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CITY  AND  COUNTY  OF  SAN  FRANCISCO 


Office  of  Chief  Administrative  Officer 


January  15,  1974 


TO:  Mayor  Joseph  L.  Alioto 

and  the  Board  of  Supervisors 

FROM:  Capital  Improvement  Advisory  Committee 


of  the  fiscal  crisis,  focuses  on  those  most  important  projects 
regardless  of  their  budgetary  classification.  Additionally,  it 
assists  in  the  development  of  a better  appreciation  of  the  overall 
fiscal  requirements  of  the  physical  plant. 


SUBJECT:  REPORT  ON  CAPITAL  IMPROVEMENT  PROGRAM,  PART  I 

Herein  submitted,  pursuant  to  Ordinance  139-66,  is  Part  I 
of  the  annual  Capital  Improvement  Program  report.  This  report 
contains  the  Committee's  maintenance  and  repair,  reconstruction 
and  replacement,  and  capital  improvement  recommendations  for  the 
1974-75  budget.  Part  II  of  the  annual  report,  to  be  published  in 
June,  1974,  will  contain  a capital  improvement  schedule  for  the 
five-year  period  from  1975-76  through  1979-80,  the  approved  pro- 
gram for  1974-75,  and  a recommended  bond  program. 

The  total  cost  of  the  recommended  program  for  1974-75  is 
approximately  $30.5  million.  The  details  of  this  program  are 
the  subject  of  this  report.  The  Committee  recommends  its  close 
review.  The  report  is  developed  to  provide  not  only  a guide  for 
budgetary  review  but  also  to  provide  a better  understanding  and 
appreciation  of  the  many  varied  needs  of  the  extensive  physical 
plant  of  the  City  and  County  of  San  Francisco. 

The  report  format  for  reconstruction  and  replacement  and 
capital  improvement  projects  to  be  financed  from  ad  valorem 
taxes  or  sales  tax  receipts  and  gas  tax  receipts  is  changed  from 
previous  reports.  Rather  than  provide  two  separate  priority 
schedules  for  these  projects,  this  year's  report  uses  a single 
priority  system  for  each  source  of  funds  with  the  exception  of 
those  projects  which  are  to  be  funded  from  departmental  revenues. 
The  Committee  believes  that  this  approach,  considering  the  impact 


In  1973-74,  approximately  $4.0  million  exclusive  of  mainte- 
nance and  repair  items  was  appropriated  to  support  the  physical 
plant  from  the  ad  valorem  tax  base.  This  level  of  appropriation 
was  about  $2.0  million  greater  than  the  funding  level  in  1972-73. 
While  this  increase  was  encouraging,  the  Committee  believes  that 
the  requirements  of  the  physical  plant  are  increasing  with  greater 
rapidity  than  the  level  of  funding  available  to  resolve  these 
needs. 

Last  year  the  Committee  expressed  concern  regarding  the 
fiscal  situation  facing  the  gas  tax  program.  To  their  disappoint- 
ment, slightly  less  than  $1.0  million  was  appropriated  to  meet 
those  customary  capital  expenditures  necessary  to  keep  the  network 
of  city  streets  in  a safe,  serviceable  condition.  This  reduced 
level  of  appropriations  created  a significant  programmatic  defi- 
ciency relative  to  the  city's  street  system.  To  meet  this  defi- 
ciency, the  Department  of  Public  Works  was  required  to  close  out 
programs  previously  funded  and  reappropriate  these  monies  to 
develop  a minimal  program  for  street  improvements  in  1973-74. 
However,  in  1974-75,  the  Department  will  not  be  able  to  rely  on 
the  close-out  or  reappropriation  method  to  meet  significant  fiscal 
deficiency  for  1974-75.  Therefore,  should  current  receipts  ex- 
pected for  1974-75  be  diverted  to  the  non-capital,  fiscal  require- 
ments of  street  cleaning,  street  lighting  energy  costs  and  sewer 
repair,  there  will  not  be  any  funds  available  for  the  important 
street  improvement  program  or  reconstruction  and  replacement  work 
for  the  city's  extensive  street  system. 
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In  1974-75,  another  problem  will  enter  the  gas  tax  scene. 
Because  of  the  energy  shortage,  statewide  gasoline  sales  are 
expected  to  decrease.  Also,  gas  tax  receipts  for  San  Francisco 
may  be  reduced;  however,  a decrease  in  intracity  vehicular  activ- 
ity is  not  expected.  With  San  Francisco  having  the  highest  ve- 
hicular registration  per  square  mile  of  any  city  in  the  nation, 
an  increase  in  the  use  of  the  city's  streets  may  be  experienced 
as  people  living  in  the  city  take  advantage  of,  for  example,  the 
many  recreational  and  cultural  activities  available  in  the  city. 
Therefore,  the  need  to  maintain  the  street  system  in  a safe  and 
serviceable  condition  will  remain  relatively  constant. 


The  Committee  trusts  that  this  report  will  be  reviewed 


closely  during  the  consideration  of  the  various  individual  depart- 
mental budget  requests  for  it  reflects  the  minimal  needs  of  the 
physical  plant.  To  quote  the  renowned  historian,  Arnold  Toynbee; 
"You  can  mark  the  decline  of  a civilization  from  the  moment  it 
neglects  routine  maintenance." 


(omagh^T  Mellon,  Chairman 
ai^d  Chief  Administrative  Officer 


Joseph  M.  Caverly,  General  Manager,  Recreation 
and  Park  Department 

Nathan  B.  Cooper,  Controller 

John  D.  Crowley,  General  Manager,  Public  Utilities 
Allan  B.  Jacobs,  Director  of  Planning 
S.  Myron  Tatarian,  Director  of  Public  Works 


John  H.  Tolan,  Jr.,  Mayor's  Deputy  for  Development 
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1974-75  MAINTENANCE  AND  REPAIR  ITEMS 
Comparative  Table 

Departmental  budget  requests  as  submitted  to  the  CIAC  and  funding 
recommendations  for  1974-75  with  comparative  data  for  1973-74.  All 
amounts  in  thousands  of  dollars. 

1973-74  1974-75 


Category 

Department 

Requested 

CIAC 

Recommended 

Appropriated 

Department 

Requested 

CIAC 

Recommended 

Tax-supported  departments, 
excluding  Municipal  Railway 

$3,346.8 

$3,249.4 

$2,052.6 

$3,390.9 

$3,279.2 

Municipal  Railway 

167.0 

167.0 

56.0 

125.0 

125.0 

Total  tax-supported 

$3,513.8 

$3,416.4 

$2,108.6 

$3,515.9 

$3,404.2 

Road  Funds 

170.5 

170.5 

144.8 

381.7 

381.7 

Airports  Commission  (revenue) 

102.1 

102.1 

96.5 

156.9 

156.9 

Water  Department  (revenue) 

21.0 

21.0 

21.0 

21.0 

21.0 

Port  Commission  (revenue) 

163.5 

163.5 

154.8 

167.0 

167.0 

TOTALS 

$3,970.9 

$3,873.5 

$2,525.7 

$4,242.5 

$4,130.8 

MAINTENANCE  AND  REPAIR  - BUILDINGS  AND  STRUCTURES,  1974-75 
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Ad  Valorem  Tax- Road 

Fund-Revenue 

Cl  AC 

CIAC 

Requesting  Department  (Budget  Index) 

Recommended 

Requesting  Department  (Budget  Index) 

Recommended 

Ad  Valorem  Tax 

Public  Works-Building  Repair  (417)  (Cont . ) 

Academy  of  Sciences  (213) 

$ 36,500 

Farmer's  Market 

$ 5,000 

Public  Works-Building  Inspection  (415) 

400 

Real  Estate 

56,050 

Public  Works-Building  Repair  (417) 

Records  Center 

800 

Adult  Probation 

5,550 

Registrar  of  Voters 

2,000 

City  Planning 

4,800 

Purchaser 

15,000 

Emergency  Services 

1,000 

DPW-Maintenance  Yard 

22,000 

Fire 

131,450 

DPW-450  McAllister 

17,500 

Police 

31,000 

DPW-Hall  of  Justice 

181,250 

Social  Services 

59,200 

DPW-City  Hall 

88,400 

Social  Services-Single  Men's  Rehabilitation 

3,000 

DPW-City  Hall  Annexes 

8,750 

Center 

DPW-Waste  Water  Pumping  Division 

9,250 

Sheriff 

69,850 

DPW-Waste  Water  Treatment  Division 

68,150 

Youth  Guidance  Center 

86,050 

DPW-Street  Cleaning 

1,000 

Log  Cabin  Ranch 

40,000 

DPW-Elevator  and  Fire  Alarm  Maintenance 

225,665 

Hidden  Valley  Ranch 

28,000 

DPH-Centers  and  Clinics 

39,700 

Agriculture 

6,000 

DPH-Venereal  Disease  Control 

1,500 

Electricity 


21,400 
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Requesting  Department  (Budget  Index) 

public  Works-Building  Repair  (417)  (Cont.) 

CIAC 

Recommended 

DPH-Emergency  Hospitals 

$ 14,900 

DPH-Hassler  Hospital 

5,000 

DPH-Laguna  Honda  Hospital 

163,075 

DPH-San  Francisco  General  Hospital 

178,075 

DPH-Center  for  Special  Problems 

20,000 

Public  Library 

Public  Works-Water  Pollution  Control: 

126,650 

Waste  Water  Pumping  Division  (425) 

23,832 

Treatment  Division  (427) 

512,630 

Sewer  Repair  (429) 

191,500 

Fine  Arts  Museums  (621) 

72,800 

Asian  Art  Museum  (622) 

Recreation  and  Park: 

12,000 

Marina  Small  Craft  Harbor  (648) 

38,500 

General  Division  (651) 

388,850 

Zoo  Division  (652) 

39,400 

Candlestick  Park  (653) 

81,000 

Camp  Mather  (659) 

8,500 

Requesting  Department  (Budget  Index) 

War  Memorial  (691) 

Municipal  Railway  (735) 


TOTAL  AD  VALOREM  TAX 


Road  Fund 

DPW-Street  Repair  (681) 

DPW-Traffic  Engineering  (683) 
DPW-General  Maintenance  (684) 

TOTAL  GAS  TAX 

Revenue 

Airports  Commission  (725) 

Water  Department  (745) 

Port  Commission  (775) 


CIAC 

Recommended 

$136,200 

125.000 

$3,404,127 

$ 4,428 

192,300 

185.000 

$ 381,728 

$ 156,930 

21,000 

167.000 

$ 344,930 


TOTAL  REVENUE 
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FOR  1974-75 

Consolidated  Comparative  Table 

Departmental  budget  requests  as  submitted  to  the  CIAC  and  funding  recommendations  for  1974-75 
with  comparative  data,  including  supplemental  budget  requests,  for  1973-74.  All  amounts  in 
thousands  of  dollars. 

1973-74  1974-75 


Category 

Department 

Requested 

CIAC 

Recommended 

Appropriated 

Department 

Requested 

CIAC 

Recommended 

Ad  Valorem  tax  supported  departments 
excluding  Municipal  Railway 

$10,316.0 

$10,200.2 

$ 3,924.6 

$ 9,596.2 

$ 7,240.8 

Municipal  Railway 

3,498.2 

3,498.2 

48.1 

1,213.3 

630.4 

Ad  Valorem  Tax  Supported 

$13,814.2 

$13,698.4 

$ 3,972.7 

$10,809.5 

$ 7,871.2 

Gas  Tax  and  Road  Fund 

9,084.0 

9,084.0 

942.0 

0,724.5 

6,724.5 

Recreation  and  Park  (revenue) 

668.4 

232.0 

388.0 

201.0 

201.0 

Airports  Commission  (revenue) 

2,555.6 

2,555.6 

2,300.6 

2,627.5 

2,627.5 

Water  Department  (revenue) 

4,910.0 

4,910.0 

0 

4,230.0 

4,230.0 

Hetch  Hetchy  System  (revenue) 

3,357.0 

3,357.0 

3,346.9 

2,847.8 

2,847.8 

Port  Commission  (revenue) 

1,315.0 

1,315.0 

1,100.0 

1,915.0 

1,915.0 

TOTALS 

$35,704.2 

$35,152.0 

$12,050.2 

$29,355.3 

$26,417.0* 

♦Additionally,  $15,258.6  proposed  from  other  sources  for  1974-75  (see  schedule  for  detail). 
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ITEMS  FOR  1974-75 

Ad  Valorem  and  Sales  Tax  Projects* 

The  CIAC  gave  specific  priority  ratings  to  the  following  102  projects: 


Priority 

P.I.N. 

Project  Description 

Cost 

Cumulative 

Total 

0 

656.71.101 

Hunters  Point  Redevelopment  Project,  recreation  and  park  facilities 
($1,549,688  previously  appropriated)  (Project  approved  for  initial 
construction  work  only  - balance  to  be  deferred)  (500) 

750.0 

750.0 

1 

233.70.101 

Electricity,  various  locations,  install  fire  and  police  alarm  systems 
in  new  underground  districts  (recurring  budget  item)  (500) 

102.9 

852.9 

2 

423.70.102 

Various  public  buildings,  miscellaneous  minor  capital  improvements 
(recurring  budget  item)  (500) 

188.7 

1,041.6 

3 

423.70.101 

Various  public  buildings,  miscellaneous  reconstruction  and  replace- 
ment items  (700) 

315.3 

1,356.9 

4 

651.71.102 

Recreation  and  Park,  various  locations,  rehabilitate  buildings  (recur- 
ring budget  item)  (700) 

90.0 

1,446.9 

5 

145.74.101 

Fire,  Pier  22*j  (Fireboat  No.  1),  install  sewer  line  from  building  to 
sewer  system  to  eliminate  discharge  of  raw  sewage  into  bay  (500) 

40.0 

1,486.9 

6 

648.71.103 

Marina  Small  Craft  Harbor,  construct  sanitary  facilities  to  meet 

State  water  quality  control  regulations  and  City-State  harbor  loan 
agreement  ($70.0  previously  appropriated)  (500) 

135.0 

1,621.9 

7 

423.73.102 

Public  Works,  City  Hall,  enlarge  electric  service  (500) 

193.2 

1,815.1 

8 

500.73.112 

Laguna  Honda,  install  safety  devices  in  ward  bathrooms  (500) 

75.0 

1,890.1 

9 

423.73.101 

Public  Works,  various  locations,  elevator  safety  modifications 
($14,160  previously  appropriated)  (700) 

24.8 

1,914.9 
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Cumulative 


Priority 

P.I.N. 

Project  Description 

Cost 

Total 

10 

621.74.102 

Legion  of  Honor,  elevator  safety  modifications  (freight  elevator) 

(700) 

11.5 

1,926.4 

11 

692.67.101 

War  Memorial-Museum  of  Art,  safety  modifications  for  three  elevators 
(project  approved  for  safety  modifications  only  - balance  to  be 
deferred)  (700) 

15.6 

1,942.0 

12 

169.74.101 

150  Otis  St.,  install  emergency  telephone  in  elevators  (500) 

0.4 

1,942.4 

13 

500.67.139 

San  Francisco  General,  Bldg.  200,  replace  elevator  (500) 

147.0 

2,089.4 

14 

651.70.110 

Recreation  and  Park,  various  locations,  rehabilitate  lighting  systems 
(recurring  budget  item)  (700) 

30.0 

2,119.4 

15 

186.67.104 

Youth  Guidance  Center,  alter  five  cottages  ($185.1  previously 
appropriated)  (700) 

47.0 

2,166.4 

16 

500.70.117 

San  Francisco  General,  relocate  paint,  plumbing,  carpenter,  shade 
and  steamfitting  shops  (Phase  I)  (500) 

42.0 

2,208.4 

17 

651.70.105 

Recreation  and  Park,  various  locations,  rehabilitate  and  reconstruct 
children's  areas  and  playgrounds  (recurring  budget  item)  (700) 

50.0 

2,258.4 

18 

651.70.113 

Various  locations,  reconstruct  and  replace  fencing  (recurring  budget 
item)  (700) 

25.0 

2,283.4 

19 

173.74.101 

Sheriff,  Jail  No.  2 and  No.  4,  rehabilitation  program  (Phase  I)  (500) 

80.0 

2,363.4 

20 

423.74.103 

Public  Works,  various  locations,  boiler  fuel  storage  tanks  (500) 

68.1 

2,431.5 

21 

651.74.102 

Recreation  and  Park,  Great  Highway  parking  area,  slope  protection 
(700) 

24.0 

2,455.5 

22 

500.71.112 

Laguna  Honda,  modernize  boiler  burners  and  controls  (500) 

101.0 

2,556.5 

23 

736.74.106 

Geneva  Car  House,  rehabilitate  fire  fighting  equipment  (700) 

4.0 

2,560.5 

24 

736.74.107 

Washington-Mason  Cable  Carbarn,  rehabilitate  sprinkler  system  (700) 

12.7 

2,573.2 

......  \ . 
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Cumulative 


Priority 

P.I.N. 

Project  Description 

Cost 

Total 

25 

423.73.108 

Public  Works,  Neighborhood  Protected  Residential  Area  Program, 
various  locations,  improvements  ($300.0  previously  appropriated) 

(500) 

370.0 

2,943.2 

26 

651.67.103 

Recreation  and  Park,  various  locations,  resurface  walks,  paths, 
and  parking  areas  (recurring  budget  item)  (700) 

50.0 

2,993.2 

27 

651.67.102 

Various  locations,  resurface  courts  and  play  areas  (recurring  budget 
item)  (700) 

50.0 

3,043.2 

28 

651.70.104 

Various  locations,  reconstruct  irrigation  systems  (recurring  budget 
item)  (700) 

90.0 

3,133.2 

29 

500.69.301 

San  Francisco  General,  consolidate  toxicology  and  microbiology  labs. 

(plans)  (500) 

43.0 

3,176.2 

30 

736.74.101 

GMC  Motor  Coaches,  install  plastic  seats  (700) 

343.0 

3,519.2 

31 

423.71.103 

Public  Works,  reconstruct  steam  supply  and  return  piping  loop  which 
supplies  City-owned  buildings  in  Civic  Center  (700) 

100.6 

3,619.8 

32 

651.74.101 

Sharp  Park  Golf  Course,  replace  water  mains  under  freeway  (700) 

34.7 

3,654.5 

33 

173.71.104 

Sheriff,  Jail  No.  2,  men's  building,  renovate  kitchen  ($20.0  previ- 
ously appropriated  for  plans)  (500) 

187.5 

3,842.0 

34 

621.74.101 

M.  H.  de  Young,  various  galleries,  reconstruct  skylights  and  venti- 
lation system  (700) 

115.0 

3,957.0 

35 

161.71.111 

Police,  Hall  of  Justice,  Criminal  Information  Bureau,  miscellaneous 
alterations  (500) 

10.7 

3,967.7 

36 

161.71.207 

Police,  Hall  of  Justice,  Criminal  Information  Bureau,  alterations 
for  improved  efficiency  and  security  (500) 

53.5 

4,021.2 

37 

145.70.102 

Fire,  various  locations,  install  automatic  radio-controlled  over- 
head doors  (500) 

53.0 

4,074.2 
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Cumulative 


Priority 

P.I.N. 

Project  Description 

Cost 

Total 

38 

145.72.101 

Fire,  various  locations,  install  radio  controls  for  apparatus 
doors  (500) 

32.0 

4,106.2 

39 

621.74.105 

Legion  of  Honor,  install  four  roll-down  metal  doors  for  Terrace 

Gallery  doors  and  windows  and  six  roll-down  metal  doors  for  basement 
storage  area  for  security  (500) 

33.0 

4,139.2 

40 

169.73.104 

150  Otis  St.,  lighting  fixtures  for  stair  towers  (500) 

7.2 

4,146.4 

41 

659.70.101 

Camp  Mather,  various  buildings,  rehabilitation  (recurring  budget 
item)  (700) 

40.0 

4,186.4 

42 

161.71.104 

Police,  Hall  of  Justice,  Internal  Affairs  Bureau,  miscellaneous 
alterations  (500) 

12.5 

4,198.9 

43 

173.74.102 

Sheriff,  Jails  Nos.  1 and  3,  remodel  isolation  cells  (500) 

13.5 

4,212.4 

44 

691.73.101 

Opera  House,  rehabilitate  and/or  replace  stage  rigging  and  cycloramas 
(700) 

75.5 

4,287.9 

45 

691.73.102 

Opera  House,  rehabilitate  stage  lighting  (700) 

64.1 

4,352.0 

46 

737.74.101 

Municipal  Railway,  outdoor  coach  yards,  provide  lighting  (500) 

27.0 

4,379.0 

47 

311.67.102 

Central  Shops,  improve  ventilation  in  automotive  shops  (500) 

25.6 

4,404.6 

48 

500.73.107 

Laguna  Honda,  install  emergency  lighting  and  communications  circuit 
(500) 

107.0 

4,511.6 

49 

500.67.113 

Central  Emergency  and  District  Health  Center  No.  4,  install  standby 
power  facilities  for  emergency  medical  service  (500) 

46.0 

4,557.6 

50 

186.74.102 

Log  Cabin  Ranch,  install  emergency  electrical  system  (500) 

22.5 

4,580.1 

51 

213.69.101 

Steinhart  Aquarium,  install  emergency  generator  (500) 

18.0 

4,598.1 

52 

145.71.103 

Fire,  various  locations,  install  battery-operated  emergency  lighting 
facilities  (500) 

19.6 

4,617.7 
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Cumulative 


Priority 

P.I.N. 

Project  Description 

Cost 

Total 

53 

124.72.102 

Controller,  City  Hall,  EDP  Section,  provide  alternate  source  of 
electrical  service  (500) 

191.0 

4,808.7 

54 

656.69.105 

Recreation  and  Park,  various  locations,  athletic  field  floodlighting 
(500) 

90.0 

4,898.7 

55 

656.69.101 

Recreation  and  Park,  various  locations,  fencing  (500) 

25.0 

4,923.7 

56 

161.70.116 

Police,  Hall  of  Justice,  Crime  Lab.,  alterations  (500) 

28.4 

4,952.1 

57 

161.72.117 

Police,  Hall  of  Justice,  Photo  Lab.,  additions  and  alterations  (500) 

14.0 

4,966.1 

58 

656.73.106 

Recreation  and  Park,  Golden  Gate  Park,  develop  master  plan  (500) 

50.0 

5,016.1 

59 

173.70.309 

Sheriff,  Jail  No.  1,  alterations  to  visiting  area  (500) 

20.5 

5,036.6 

60 

656.67.505 

Golden  Gate  Park,  rehabilitate  Strawberry  Hill,  Huntington  Falls 
and  Stow  Lake  (500) 

145.0 

5,181.6 

61 

245.73.102 

Real  Estate,  Civic  Auditorium,  main  floor,  terrazzo  flooring 
repair  (700) 

48.5 

5,230.1 

62 

186.74.103 

Log  Cabin  Ranch,  remodel  auto  shop  to  provide  two  classrooms  (500) 

15.0 

5,245.1 

63 

737.71.104 

Washington-Mason  Cable  Carbarn,  sprinkler  system  extension  (500) 

12.7 

5,257.8 

64 

311.67.116 

Central  Shops,  fire  hose  test  facility  (500) 

30.0 

5,287.8 

65 

651.70.109 

Recreation  and  Park,  various  locations,  install  miscellaneous 
reconstruction  and  minor  improvements  (700) 

30.3 

5,318.1 

66 

131.72.101 

Emergency  Services,  Christmas  Tree  Point,  Twin  Peaks,  construct 
underground  emergency  operating  center  (Phase  I)  (500) 

229.0 

5,547.1 

67 

161.71.101 

Police,  Hall  of  Justice,  Crime  Lab.,  study  to  enlarge  facility 
(500) 

1.3 

5,548.4 

68 

186.70.103 

Juvenile  Court,  conduct  study  of  detention  facilities  (500) 

50.0 

5,598.4 
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Cumulative 


Priority 

P.I.N. 

Project  Description 

Cost 

Total 

69 

500.67.111 

Public  Health,  101  Grove  St.,  modernize  two  elevators  (500) 

107.3 

5,705.7 

70 

221.70.101 

Chief  Administrative  Officer,  establish  revolving  fund  to  be  admin- 
istered by  CIAC  for  various  studies  and  minor  capital  improvements 
(500) 

100.0 

5,805.7 

71 

691.73.104 

War  Memorial,  Veterans'  Building,  first  floor,  enlarge  women's 
restroom  (700) 

16.1 

5,821.8 

72 

737.72.101 

Services  of  Municipal  Railway's  Engineering  Division  (500) 

80.0 

5,901.8 

73 

736.68.119 

Services  of  Municipal  Railway's  Engineering  Division  (700) 

125.0 

6,026.8 

74 

155.67.102 

Municipal  Court,  City  Hall,  renovate  various  courtrooms  and  chambers 
(700) 

28.2 

6,055.0 

75 

179.67.101 

Superior  Court,  City  Hall,  install  air  conditioning  in  Courtrooms 

411,  417,  418,  426  and  429  and  adjacent  judges'  chambers  (500) 

179.5 

6,234.5 

76 

161.73.105 

Police,  Richmond  Station,  renovate  men's  toilet  room  (700) 

8.0 

6,242.5 

77 

161.73.106 

Six  district  stations,  replace  toilets  in  cells  (700) 

11.3 

6,253.8 

78 

423.71.102 

Public  Works,  various  locations,  streetside  landscaping  (Board  of 
Supervisors'  Res.  515-68)  (500) 

298.9 

6,552.7 

79 

161.73.102 

Various  police  facilities,  noise  control  booth  for  IBM  cable 
terminal  (500) 

10.6 

6,563.3 

80 

169.73.103 

150  Otis  St.,  new  women's  toilet  facilities  (500) 

13.0 

6,576.3 

81 

173.69.101 

• 

Sheriff,  Jail  No.  2,  men's  building,  convert  first  floor  area  into 
classroom  and  recreation  room  (500) 

21.4 

6,597.7 

82 

500.73.105 

Public  Health,  Central  Emergency,  alterations  to  provide  emergency 
dental  clinic  (500) 

41.9 

6,639.6 

83 

621.72.201 

M.  H.  de  Young,  Kress  basement,  install  atmospheric  control  system 
(500) 

33.1 

6,672.7 

10 
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Priority 

P.I .N. 

Project  Description 

Cost 

Total 

84 

631.73.102 

Public  Library,  45  Hyde  St.,  ground  floor,  install  ventilation 
system  (500) 

16.4 

6,689.1 

85 

261.71.101 

Tax  Collector,  City  Hall,  Room  106,  alterations  (Phase  III)  (500) 

48.0 

6,737.1 

86 

186.74.104 

Log  Cabin  Ranch,  expand  existing  laundry  room  (500) 

16.0 

6,753.1 

87 

181.72.101 

Board  of  Supervisors,  City  Hall,  2nd  floor,  create  additional 
office  space  ($5.0  previously  appropriated)  (Phase  II)  (500) 

162.0 

6,915.1 

88 

500.73.104 

San  Francisco  General,  Bldg.  80,  remodel  for  family  practice 
clinic  (500) 

225.0 

7,140.1 

89 

621.74.103 

Legion  of  Honor,  various  galleries,  relighting  (700) 

26.5 

7,166.6 

90 

622.73.102 

Asian  Art  Museum,  existing  passenger  elevator,  rehabilitate  (500) 

35.0 

7,201.6 

91 

656.69.106 

Lincoln  Park  Golf  Course,  irrigation  system  extension  (Phase  III) 

(500) 

96.0 

7,297.6 

92 

161.74.102 

Police,  five  district  stations,  install  emergency  generators 
(500) 

41.7 

7,339.3 

93 

186.74.101 

Hidden  Valley  Ranch,  install  emergency  electrical  heating  and 
lighting  system  for  dormitories,  dining  room  and  kitchen  area 
(500) 

58.5 

7,397.8 

94 

500.73.103 

Public  Health,  County  Jail,  Bay view-Hunters  Point  and  Sunset- 
Richmond  District  Health  Centers,  install  X-ray  units  and  Xomats 
(500) 

65.0 

7,462.8 

95 

656.68.301 

Recreation  and  Park,  Stanford  Heights  Reservoir,  construct  play- 
courts  on  roof  slab  (500) 

97.0 

7,559.8 

96 

161.73.101 

Police,  three  district  stations,  replace  and  relocate  gas  pumps 
(700) 

6.0 

7,565.8 

97 

736.74.102 

GMC  Motor  Coaches,  provide  hinged  rail  for  operator's  seat  (700) 

26.0 

7,591.8 

11 
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Project  Description 
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Total 

98 

648.71.101 

Marina  Small  Craft  Harbor,  rehabilitation  and  improvements  ($142.0 
previously  appropriated)  (500) 

119.0 

7,710.8 

99 

500.69.302 

San  Francisco  General,  study  future  use  of  existing  building  to 
remain  after  construction  of  new  hospital  building  (500) 

32.0 

7,742.8 

100 

500.70.105 

Laguna  Honda,  conduct  studies  and  prepare  plans  for  modernization 
and  rehabilitation  of  existing  facilities  (500) 

89.9 

7,832.7 

101 

423.73.105 

Public  Works,  Hall  of  Justice,  study  of  heating,  ventilating  and 
air  conditioning  system  (500) 

8.5 

7,841.2 

102 

651.72.101 

Recreation  and  Park,  various  golf  courses,  resurface  parking  areas 
(recurring  budget  item)  ($8,000  previously  appropriated)  (700) 

30.0 

7,871.2 

*Note : The  figure 

in  parenthesis  following  the  project  description  indicates  the  budgetary  Object  of 

Expenditure : 

700  - Reconstruction  and  Replacement 

500  - Buildings,  structures  and  improvements 


* * * 


Recapitulation : 

Reconstruction  and  Replacement  (700)  $1,968.7 

Buildings,  structures  and  improvements  (500)  5 ,902 .5 
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ITEMS  FOR  1974-75 
Gas  Tax  and  Road  Fund  Projects 

The  CIAC  gave  specific  priority  ratings  to  the  following  87  projects: 

Cumulative 


Priority 

P.I.N. 

Project  Description 

Cost 

Total 

1 

670.68.101 

Various  street  and  highway  projects,  Select  System,  preliminary 
engineering  and  administrative  activities  (recurring  budget  item) 

20.0 

20.0 

2 

670.68.102 

Various  county  road  projects,  preliminary  engineering  and  administra- 
tive activities  (recurring  budget  item) 

20.0 

40.0 

3 

670.68.103 

Various  street  improvements,  City  aid  as  supplement  to  assessment 
procedures  (recurring  budget  item) 

229.0 

269.0 

4 

670.68.104 

Various  locations,  construct  curbs  and  pavements  in  front  of  public 
property  (recurring  budget  item) 

130.0 

399.0 

5 

670.68.105 

Various  locations,  reset  curbs  and  construct  conform  pavements 
(recurring  budget  item) 

31.9 

430.9 

6 

671.74.101 

Lane  St.,  from  Evans  Ave.  to  southerly  terminus  (India  Basin  Rede- 
velopment Project) 

21.5 

452.4 

7 

675.73.102 

Third  St.  Bridge  at  Channel,  structural  repairs  and  painting 

114.1 

566.5 

8 

675.74.101 

Various  bridge  structures,  rehabilitate  for  earthquake  safety 

400.0 

966.5 

9 

675.73.103 

Earthquake  resistance  study  of  existing  bridge  structures  ($60.0 
previously  appropriated) 

44.0 

1,010.5 

10 

671.69.109 

Various  locations,  resurface  street  areas  in  Select  System 
($1,265.0  previously  appropriated) 

1,000.0 

2,010.5 

11 

673.74.101 

Cross  Over  Drive,  Park  Presidio  Bypass,  improvement  of  roadway 
lighting 

42.1 

2,052.6 
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Priority 

P.I.N. 

Project  Description 

Cost 

Total 

12 

672.70.104 

School  crossings,  install  signals  at  various  locations  (recurring 
budget  item) 

22.0 

2,074.6 

13 

672.70.103 

Various  intersections,  modify  and  reconstruct  traffic  control 
devices  (recurring  budget  item) 

20.0 

2,094.6 

14 

671.74.102 

Norfolk  St.,  bet.  Folsom  and  Harrison  Sts.,  reconstruction 

43.7 

2,138.3 

15 

671.74.103 

Crescent  Ave.,  bet.  Folsom  and  Banks  Sts.,  reconstruction 

22.0 

2,160.3 

16 

671.74.104 

San  Carlos  St.,  bet.  20th  and  21st  Sts.,  reconstruction 

44.0 

2,204.3 

17 

672.74.101 

Transit  preferential  streets  program,  installation  of  signs, 
overhead  lane  signals  or  exclusive  rights-of-way 

100.0 

2,304.3 

18 

672.72.105 

Various  neighborhood  shopping  districts,  beautification  and 
improvements 

155.0 

2,459.3 

19 

671.73.313 

Clay  St.,  bet.  Franklin  and  Gough  Sts.,  reconstruction 

56.3 

2,515.6 

20 

671.74.105 

12th  St.,  bet.  Folsom  and  Harrison  Sts.,  reconstruction 

87.3 

2,602.9 

21 

671.74.106 

Divisadero  St.,  bet.  Pacific  Ave.  and  Washington  St.,  reconstruction 

93.0 

2,695.9 

22 

672.71.101 

Various  locations,  install  traffic  signals  and  channelization  at 
intersections  presenting  safety  problems  ($495.0  previously  appro- 
priated) 

165.0 

2,860.9 

23 

672.74.102 

19th  Ave.,  bet.  Rossmoor  Dr.  and  Junipero  Serra  Blvd.,  pedestrian, 
transit  and  vehicular  movements  study 

15.0 

2,875.9 

24 

672.72.101 

Neighborhood  Protected  Residential  Area  Program 

200.0 

3,075.9 

25 

674.73.101 

Hunters  Point  Redevelopment  Area,  street  landscaping  ($104.8 
previously  appropriated) 

15.3 

3,091.2 

26 

671.74.107 

Broadway  bet.  Leavenworth  and  Jones  Sts.,  reconstruction 

76.1 

3,167.3 

14 
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Priority P.I.N. Project  Description Cost Total 


27 

672.74.103 

Great  Highway,  construct  two  pedestrian  underpasses 

150.0 

3,317.3 

28 

671.74.108 

Jarboe  Ave.,  bet.  Folsom  and  Gates  Sts.,  reconstruction 

18.8 

3,336.1 

29 

672.70.101 

Various  intersections,  install  signals  and  channelization  (recur- 
ring budget  item) 

111.0 

3,447.1 

30 

671.74.109 

Pine  St.,  bet.  Sansome  and  Montgomery  Sts.,  reconstruction 

62.5 

3,509.6 

31 

673.70.104 

Various  locations,  construct  underground-wired  street  lighting 
facilities  in  street  areas  outside  underground  districts  (recurring 
budget  item) 

30.0 

3,539.6 

32 

673.70.103 

Various  locations,  provide  engineering  assistance  to  PUC  for  street 
lighting  systems  in  existing  overhead  districts  (recurring  budget 
item) 

10.0 

3,549.6 

33 

670.68.211 

Grand  View  Ave.,  24th  to  Clipper  Sts.,  narrow  sidev/alks 

79.0 

3,628.6 

34 

672.74.104 

Bicycle  lane  program 

25.0 

3,653.6 

35 

671.74.110 

Buchanan  St.,  bet.  Grove  and  Hayes  Sts.,  reconstruction 

43.6 

3,697.2 

36 

671.73.314 

Anderson  St.,  bet.  Powhattan  and  Eugenia  Aves.,  reconstruction 

35.3 

3,732.5 

37 

672.74.105 

Cross  Over  Dr.,  undergrounding  study 

20.0 

3,752.5 

38 

671.68.301 

Church  St.,  bet.  17th  and  18th  and  21st  and  30th  Sts.,  reconstruction 

400.4 

4,152.9 

39 

675.74.102 

Municipal  Asphalt  Plant,  noise  abatement  work 

92.5 

4,245.4 

40 

675.74.103 

DPW  Maintenance  Yard,  2323  Army  St.,  noise  abatement  work 

CN 

• 

V0 

rH 

4,261.6 

41 

672.73.101 

Downtown  traffic  signal  installations,  various  locations 

110.0 

4,371.6 

42 

670.74.101 

Bepler  St.,  bet.  county  line  and  90  feet  northerly,  land  acquisition 
and  street  improvement 

14.0 

4,385.6 
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Cumulative 


Priority 

P.I.N. 

Project  Description 

Cost 

Total 

43 

674.72.101 

Telegraph  Hill  Blvd.,  restore  embankment  landscaping 

72.0 

4,457.6 

44 

671.74.111 

Jones  St.,  bet.  Bay  and  North  Point  Sts.,  reconstruction 

44.0 

4,501.6 

45 

675.71.101 

Telegraph  Hill,  stabilize  east  slope,  to  prevent  rockfalls  and 
landslides  ($712.0  previously  appropriated) 

110.0 

4,611.6 

46 

671.74.112 

Henry  St.,  bet.  Castro  and  Noe  Sts.,  reconstruction 

58.6 

4,670.2 

47 

672.74.106 

New  shoreline  recreation  area  and  candlestick  Park,  access  study 

10.0 

4,680.2 

48 

671.73.308 

22nd  St.,  bet.  DeHaro  and  Rhode  Island  Sts.,  reconstruction 

32.6 

4,712.8 

49 

672.70.102 

Various  intersections,  modify  signals  (recurring  budget  item) 

75.0 

4,787.8 

50 

671.74.113 

Castro  St.,  bet.  28th  and  Valley  Sts.,  reconstruction 

38.3 

4,826.1 

51 

671.73.306 

27th  St.,  bet.  Noe  and  Sanchez  Sts.,  reconstruction 

60.8 

4,886.9 

52 

671.73.315 

23rd  St.,  bet.  Hoffman  and  Grand  View  Aves.,  reconstruction 

49.0 

4,935.9 

53 

675.68.302 

Baker  St.,  bet.  Broadway  and  Vallejo  St.,  repair  slope  and 
retaining  wall;  install  handrailing  for  stairs 

37.0 

4,972.9 

54 

670.70.118 

Milton  St.,  bet.  San  Jose  Ave.  and  Bosworth  St.,  narrow  sidewalk 
on  west  side 

40.8 

5,013.7 

55 

671.73.317 

Italy  St.,  bet.  Mission  and  London  Sts.,  reconstruction 

27.1 

5,040.8 

56 

672.68.109 

Northern  Waterfront  traffic  corridor,  bet.  Bay  and  Jefferson 

Sts.,  install  signals  at  various  intersections 

120.0 

5,160.8 

57 

671.73.318 

France  St.,  bet.  Mission  and  London  Sts.,  reconstruction 

27.1 

5,187.9 

58 

671.70.401 

Filbert  St.,  bet.  Kearny  St.  and  Grant  Ave.,  reconstruction 

56.9 

5,244.8 

59 

670.71.201 

Precita  Ave./  sidewalk  narrowing  between  Mission  and  Coso  Sts., 

62.9 

5,307.7 

ie 


■ 

• 

• 62 

Cumulative 


Priority 

P.I.N. 

Project  Description 

Cost 

Total 

60 

674.74.101 

19th  Ave.,  bet.  Lincoln  Way  and  Sloat  Blvd.,  streetside  landscaping 

94.4 

5,402.1 

61 

671.74.114 

15th  St.,  bet.  San  Bruno  Ave.  and  Vermont  St.,  reconstruction 

28.3 

5,430.4 

62 

671.74.115 

25th  St.,  bet.  Rhode  Island  and  DeHaro  Sts.,  reconstruction 

23.8 

5,454.2 

63 

671.73.304 

Sacramento  St.,  bet.  Powell  and  Mason  Sts.,  reconstruction 

60.9 

5,515.1 

64 

672.74.107 

Study  of  alternative  treatments  of  major  street  system  in  the 

Richmond  District 

10.0 

5,525.1 

65 

674.71.103 

Park  Presidio  Blvd.,  reconstruct  landscaping  and  irrigation  system 

85.5 

5,610.6 

66 

672.73.105 

Parnassus  Ave.,  bet.  Hillway  and  4th  Ave.,  install  traffic  signals 
and  channelization 

45.0 

5,655.6 

67 

671.74.116 

Clay  St.,  bet.  Kearny  and  Montgomery  Sts.,  reconstruction 

61.4 

5,717.0 

68 

671.74.117 

Divisadero  St.,  bet.  Waller  St.  and  Duboce  Ave.,  reconstruction 

55.0 

5,772.0 

69 

671.73.305 

Douglass  St.,  bet.  Clipper  and  25th  Sts.,  reconstruction 

40.4 

5,812.4 

70 

670.73.108 

Edna  St.,  bet.  Monterey  Blvd.  and  Hearst  Ave.,  narrow  sidewalks 

46.0 

5,858.4 

71 

671.74.118 

Fell  St.,  bet.  Laguna  and  Octavia  Sts.,  reconstruction 

75.0 

5,933.4 

72 

671.71.111 

Merlin  St.,  from  Harrison  St.  to  southerly  terminus,  reconstruction 

51.0 

5,984.4 

73 

671.71.112 

Morris  St.,  bet.  Harrison  and  Bryant  Sts.,  reconstruction 

60.8 

6,045.2 

74 

675.68.502 

Great  Highway  at  Taraval  St.,  reconstruct  pedestrian  underpass 

24.0 

6,069.2 

75 

675.68.503 

Great  Highway  at  Judah  St.,  reconstruct  pedestrian  underpass 

25.0 

6,094.2 

76 

675.68.504 

Great  Highway  at  Wawona  St.,  reconstruct  pedestrian  underpass 

46.0 

6,140.2 

77 

671.69.401 

Lombard  St.,  bet.  Taylor  and  Jones  Sts.,  reconstruction 

55.3 

6,195.5 

17 
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Priority 

P.I.N. 

Project  Description 

Cost 

Cumulative 

Total 

78 

671.70.203 

Chilton  Ave.,  bet.  Bosworth  St.  and  southerly  terminus,  reconstruction 

41.9 

6,237.4 

79 

671.73.310 

Dublin  St.,  bet.  Russia  St.  and  southerly  terminus,  reconstruction 

54.2 

6,291.6 

80 

675.68.505 

Waller  St.,  bet.  Broderick  St.  and  Buena  Vista  East,  replace  wooden 
bulkheads  and  stairway  with  concrete  retaining  wall  and  stairway 

50.0 

6,341.6 

81 

670.74.102 

Willow  St.,  bet.  Van  Ness  Ave.  and  Polk  St.,  narrow  sidewalks 

43.0 

6,384.6 

82 

671.73.319 

Congdon  St.,  bet.  Maynard  St.  and  Silver  Ave.,  reconstruction 

26.7 

6,411.3 

83 

671.70.403 

Taylor  St.,  bet.  Broadway  and  Vallejo  St.,  reconstruction 

42.6 

6,454.2 

84 

671.73.311 

Jones  St.,  bet.  Union  and  Filbert  Sts.,  reconstruction 

45.6 

6,499.5 

85 

674.73.103 

Drumm  St.,  bet.  Clay  and  Jackson  Sts.,  sidewalk  trees  and  median 
landscaping 

30.0 

6,529.5 

86 

674.71.104 

Streetside  landscaping,  various  locations 

100.0 

6,629.5 

87 

675.74.104 

Stockton  St.  Tunnel,  surface  renovation 

95.0 

6,724.5 

le 


* * * 
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Recapitulation : 

Special  Gas  Tax  Street  Improvement  Fund  - Construction 

Buildings,  Structures  and  Improvements 
Land 

Reconstruction  and  Replacement 
Subtotal 


Special  Gas  Tax  Street  Improvement  Fund  - 1.04  Cent  Funds 

Buildings,  Structures  and  Improvements 
Reconstruction  and  Replacement 

Subtotal 


Road  Commissioner  - Road  Fund  - Construction 


Buildings,  Structures  and  Improvements 


TOTAL 


19 


$2,123.6 

14.0 

1,294.4 

$3,432.0 


$1,610.6 

1,661.9 

$3,272.5 


20.0 


$6,724.5 


...  . r. '• 
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ITEMS  FOR  1974-75 
Revenue  Projects 

The  CIAC  gave  specific  priority  ratings  to  the  following  67  projects: 


Priority 


P.I.N. 


Project  Description 


652.71.101 


652.74.101 


RECREATION  AND  PARK  DEPARTMENT  - ZOO 
Reconstruction  and  Replacement 
Various  facilities,  rehabilitation  (recurring  budget  item) 
Buildings,  Structures  and  Improvements 
Zoo  improvement  plan,  preparation 


653.73.101 


653.74.101 


RECREATION  AND  PARK  DEPARTMENT  - CANDLESTICK  PARK 
Reconstruction  and  Replacement 
Parking  lot,  repaving  (recurring  budget  item) 
Buildings,  Structures  and  Improvements 
Various  capital  improvements 


* * * 


726.70.102 


AIRPORTS  COMMISSION 


Reconstruction  and  Replacement 

Landing  field  pavement,  reconstruction  (recurring  budget  item) 


Cost 


50.0 


35.0 


66.0 


50.0 


1,350.0 


Cumulative 

Total 


50.0 


35.0 


66.0 


50.0 


1,350.0 


% 

' . • y ■ . 

' •;  • 


Cumulative 


Priority 

P.I.N. 

Project  Description 

Cost 

Total 

2 

726.71.101 

Reconstruction  and  Replacement  (Cont.) 

Utilities  relocation  and  replacement  (recurring  budget  item) 

100.0 

1,450.0 

1 

727.70.102 

Addition  and  Betterments 

Utilities  System,  enlarge  and  improve  system  (recurring  budget 

125.0 

125.0 

2 

727.70.103 

item) 

Landing  field  facilities,  improvements  (recurring  budget  item) 

450.0 

575.0 

3 

727.71.101 

Terminal  and  airport  service  facilities,  improvements  (recurring 

250.0 

825.0 

4 

727.69.104 

budget  item) 

Roads  and  parking  facilities,  minor  improvements  (recurring 

225.0 

1,050.0 

5 

727.74.102 

budget  item) 

Interim  cargo  facilities,  improvements  (recurring  budget  item) 

34.5 

1,084.5 

6 

727.74.103 

Airfield  service  roads,  improvements 

93.0 

1,177.5 

1 

746.68.101 

* * * 

WATER  DEPARTMENT 

Reconstruction  and  Replacement 

Various  locations,  renew  water  services  (recurring  budget  item) 

1,500.0 

1,500.0 

2 

746.68.102 

Various  locations,  relocate  and  realign  water  mains  (recurring 

150.0 

1,650.0 

3 

746.68.103 

budget  item) 

Various  locations,  relocate  and  realign  water  services  (recur- 

200.0 

1,850.0 

4 

746.68.104 

ring  budget  item) 

Various  locations,  replace  water  mains  (recurring  budget  item) 

430.0 

2,280.0 

« • 

•t 

Cumulative 


Priority 

P.I.N. 

Project  Description 

Cost 

Total 

Reconstruction  and  Replacement  (Cont.) 

5 

746.68.105 

Various  locations, 
item) 

reconstruct  and  restore  fences  (recurring  budget 

10.0 

2,290.0 

6 

746.68.106 

Various  locations. 

grade  and  resurface  roads  (recurring  budget  item) 

10.0 

2,300.0 

7 

746.68.108 

Various  locations, 
budget  item) 

water  mains,  cement  mortar  lining  (recurring 

500.0 

2,800.0 

8 

746.68.109 

Various  locations, 
budget  item) 

reconstruct  drain  and  air  valves  (recurring 

12.0 

2,812.0 

9 

746.68.110 

Various  locations, 
ring  budget  item) 

misc.  repair  and  improvements  to  buildings  (recur- 

20.0 

2,832.0 

10 

746.74.102 

Forest  Knolls  tank, 

, rehabilitate 

10.0 

2,842.0 

Additions  and 

Betterments 

1 

747.68.101 

Various  locations, 

water  main  extensions  (recurring  budget  item) 

400.0 

400.0 

2 

747.68.102 

Various  locations, 
budget  item) 

provide  new  service  pipes  and  meters  (recurring 

275.0 

675.0 

3 

747.68.103 

Various  locations, 

install  gate  valves  (recurring  budget  item) 

30.0 

705.0 

4 

747.68.104 

Various  locations, 
devices  (recurring 

pipeline  electrolysis,  install  protective 
budget  item) 

30.0 

735.0 

5 

747.68.105 

Various  locations, 
ring  budget  item) 

survey  property  lines  and  set  monuments  (recur- 

10.0 

745.0 

6 

747.68.106 

Various  locations, 
budget  item) 

construct  secondary  feeder  mains  (recurring 

450.0 

1,195.0 

7 

747.68.107 

Various  locations. 

watershed  lands,  erosion  control  (recurring 

10.0 

1,205.0 

budget  item) 


r • 
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Priority 


P.I.N. 


Project  Description 


Cost 


Cumulative 

Total 


8 

9 

10 

11 

12 


1 

2 

3 

4 

5 

6 

7 

8 


747.68.108 

747.68.109 

747.68.110 
747.73.102 
747.74.101 


756.73.103 

756.71.107 

756.70.102 

756.74.103 

756.74.104 

756.74.105 

756.74.106 

756.74.107 


Additions  and  Betterments  (Cont.) 

Various  locations,  install  drain  and  air  valves  (recurring  budget 
item) 

Various  locations,  construct  fences  (recurring  budget  item) 
Various  locations,  motorize  large  valves  (recurring  budget  item) 
Turner  Dam,  renovate  outlet  structure 
Corporation  Yard,  improve  shop  facilities 

* * * 

HETCH  HETCHY  SYSTEM 

Reconstruction  and  Replacement 

Jones  Point  to  Mather  Road,  resurface  road  ($13,800  previously 
appropriated) 

Various  locations,  rehabilitate  exterior  of  buildings 

Moccasin-Newark  transmission  line,  paint  towers  (recurring  budget 
item) 

O' Shaughnessy  Dam  Spillway,  sandblast  and  paint  drum  gates 

O'Shaughnessy  Dam,  sandblast  and  paint  slide  gates,  operating 
cylinders  and  piping 

San  Joaquin  Pipeline  No.  2,  repair  lining 

San  Joaquin  River  Valve  House,  mechanical  repairs 

Holm  Penstock,  repainting 


18.0 

1,223.0 

25.0 

1,248.0 

35.0 

1,283.0 

25.0 

1,308.0 

80.0 

1,388.0 

30.0 

30.0 

79.0 

109.0 

80.0 

189.0 

18.0 

207.0 

11.0 

218.0 

762.0 

980.0 

10.5 

990.5 

40.0 

1,030.5 
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Cumulative 


Priority 

P.I.N. 

Project  Description 

Cost 

Total 

Reconstruction  and  Replacement  (Cont.) 

9 

756.74.108 

Tesla  Portal  Valve  House,  provide  air  release  valve  piping 

7.0 

1,037.5 

10 

756.73.105 

Priest  Housing  Unit,  replace  service  panel  and  wiring 

4.0 

1,041.5 

11 

756.72.201 

Moccasin  Administration  Building,  rehabilitate  central  heating 
system 

76.0 

1,117.5 

12 

756.73.106 

Moccasin  Housing  Units,  replace  wiring 

6.6 

1,124.1 

13 

756.73.108 

Moccasin  Shop  Buildings,  replace  windows 

4.7 

1,128.8 

14 

756.74.109 

Intake  Cottages,  replace  service  panel  and  wiring 

6.2 

1,135.0 

15 

756.74.110 

Moccasin  Machine,  automotive  and  welding  shops,  rehabilitate 
heating  system 

26.0 

1,161.0 

16 

756.74.111 

Moccasin  Warehouse,  rehabilitate  heating  system 

3.5 

1,164.5 

17 

756.74.112 

Moccasin  Shop  area,  various  buildings,  replace  electrical 
service  panels  and  wiring 

7.5 

1,172.0 

18 

756.74.101 

Relocate  City-owned  underground  facilities  (recurring  budget 
item) 

50.0 

1,222.0 

19 

756.74.102 

Paint  and  repair  Municipal  Railway's  trolley  pole  facilities 
(recurring  budget  item) 

200.0 

1,422.0 

20 

756.69.106 

Municipal  Railway  Transit  System,  power  improvement  program, 
replace  DC  distribution  system  ($9,035.0  previously  appro- 
priated) 

965.0 

2,387.0 

21 

756.72.103 

1401  Bryant  St.,  repair  roof  of  storage  shed 

4.7 

2,391.7 

24 


... 
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Cumulative 


Dyi  nri tv 

P.I.N. 

Project  Description 

Cost 

Total 

Additions  and  Betterments 

1 

757.74.101 

Moccasin  Reregulating  Reservoir,  deepen  reservoir 

445.0 

445.0 

2 

757.74.102 

Moccasin  Automotive  and  Welding  Shops,  provide  exhaust  ducting 
system 

3.0 

448.0 

3 

757.74.103 

Intake  switchyard,  provide  drainage  and  sump  pumping  system 

5.5 

453.5 

4 

757.71.302 

Moccasin  shops,  enclose  garage  No.  6B 

* * * 

PORT  COMMISSION 

2.6 

456.1 

Reconstruction  and  Replacement 

1 

775.72.101 

Various  operating  piers,  substructure  improvements  and  repairs 
(recurring  budget  item) 

1,230.0 

1,230.0 

2 

775.70.115 

Various  piers,  reconstruct  piers  damaged  by  ships  and  other 
causes  (recurring  budget  item) 

100.0 

1,330.0 

Additions  and  Betterments 

1 

775.72.102 

Various  piers,  construct  sanitary  sewers  and  connect  to  City 
system  ($200,000  previously  appropriated) 

100.0 

100.0 

2 

775.72.301 

Various  piers,  construct  ship  sewer  connections 

50.0 

150.0 

3 

775.70.114 

Various  piers,  make  alterations  as  required  by  tenants  (recur- 
ring budget  item) 

150.0 

300.0 

4 

775.70.110 

Various  piers,  enlarge  existing  doors  of  warehouse  sheds  to  accom- 
modate larger  cargo  handling  equipment  (recurring  budget  item) 

150.0 

450.0 

5 

775.70.302 

Ferry  Building,  remodel  Port  Commission  offices 

105.0 

555.0 

25 


. . 


Priority 


6 


p.  i.N. Project  Description 

Additions  and  Betterments  (Cont.) 

775.73.101  Warm  Water  Cove  or  Fisherman's  Wharf,  provide  recreational 

improvements 


Cumulative 

Cost  Total 


30.0 


585.0 


* * * 


26 
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Recapitulation : 


Recreation  and  Park  Department  - Zoo 

Reconstruction  and  Replacement 
Buildings,  Structures  and  Improvements 


Recreation  and  Park  Department  - Candlestick  Park 

Reconstruction  and  Replacement 
Buildings,  Structures  and  Improvements 


Airports  Commission 

Reconstruction  and  Replacement 
Additions  and  Betterments 


Water  Department 

Reconstruction  and  Replacement 
Additions  and  Betterments 


Hetch  Hetchy  System 

Reconstruction  and  Replacement 
Additions  and  Betterments 


Port  Commission 

Reconstruction  and  Replacement 
Additions  and  Betterments 


TOTAL 


27 


50.0 

35.0 

05.0 


66.0 

50.0 

116.0 


1,450.0 

1,177.5 

2,627.5 


2.842.0 

1.388.0 

4,230.0 


2,391.7 

456.1 


2,847.8 


1,330.0 

585.0 


1,915.0 


$11,821.3 


. 
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ITEMS  FOR  1974-75 
Other  Sources  Projects* 

The  following  projects  or  portions  thereof  represent  significant  anticipated  expenditures  for 
1974-75  which  are  to  be  funded  in  whole  or  in  part  from  sources  other  than  ad  valorem  taxes  or 
sales  tax  receipts,  gas  taxes  or  road  funds,  revenues  or  approved  bond  funds.  The  CIAC  gave 
specific  priority  ratings  to  the  following  12  projects: 


Priority P.I.N. 


1 213.67.117 


1 648.73.101 

1 651.74.103 


27  672.74.103 


Project  Description 

Academy  of  Sciences 

Francis  Scott  Key  Monument,  restore  and  reset  (private  funds) 
Recreation  and  Park 


Marina  Small  Craft  Harbor,  reconstruct  berthing  facilities  ($127,984  previously 
appropriated)  ($150,000  Harbor  Sinking  Fund) 

Golden  Gate  Park,  Conservatory,  rehabilitation  and  improvement  (Golden  Gate  Park 
Centennial  Fund  and  federal  grant) 

Public  Works 


Great  Highway,  construct  two  pedestrian  underpasses  (federal  grant) 


34  672.74.104  Bicycle  lane  program  (state  grant) 

11  673.74.101  Cross  Over  Drive,  Park  Presidio  Bypass,  improvement  of  roadway  lighting  (federal 

grant) 

Great  Highway  at  Taraval  St.,  reconstruct  pedestrian  underpass  (federal  grant) 


Cost 


25.0o 


150. Oo 


39.3o 


500.0 
(150. Og) 
(350. Oo) 

37.0 
(25. Og) 

(12.00) 

140.4 
(42. lg) 
(98.3o) 

77.0 
(24. Oe) 

(53.00) 


74 


675.68.502 


• ,'-i.  •• 


: - . . “ * . 7* 


Priority 

75 

76 

2 

20 

6 
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P.I.N. Project  Description Cost 

675.68.503  Great  Highway  at  Judah  St.,  reconstruct  pedestrian  underpass  (federal  grant)  85.0 

(25. Oe) 

(60. Oo) 

675.68.504  Great  Highway  at  Wawona  St.,  reconstruct  pedestrian  underpass  (federal  grant)  152.0 

(46. Oe) 
(106. Oo) 


Municipal  Railway 

736.69.102  Replacement  of  transit  operating  equipment,  debt  service  (MTC  grant  funds) 

Hetch  Hetchy  System 

756.69.106  Municipal  Railway  Transit  System,  power  improvement  program,  replace  DC  distribution 

system  (federal  matching  funds)  ($9,035.0  previously  appropriated) 


3,735.20 


11,565.0 
(965. Or) 
(10,600 .0o) 


Port  Commission 


775.73.101 


Warm  Water  Cove  or  Fisherman's  Wharf,  provide  recreational  improvements  (federal 
grant) 


60.0 
(30. Or) 
(30. Oo) 


‘Explanation  of  sources  of  financing: 

o - other  sources  (as  described) 
g - gas  tax 
e - road  fund 
r - revenue 


* * * 
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Recapitulation : 

Academy  of  Sciences 
Recreation  and  Park 
Public  Works 
Municipal  Railway 
Hetch  Hetchy  System 
Port  Commission 


30 


$ 25.0 

189.3 

679.3 
3 , 735.0 

10,600.0 

30.0 


TOTAL  OTHER  SOURCES 


$15,258.6 


CITY  AND  COUNTY  OF  SAN  FRANCISCO 


RECOMMENDED 
CAPITAL  IMPROVEMENT 

PROGRAM 

1975-76  budget  year 

Submitted  by  the  CAPITAL  IMPROVEMENT  ADVISORY  COMMITTEE 
pursuant  to  Administrative  Code  Section  3.07 

March  15,  1975 
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CITY  AND  COUNT 


Office  of  Chief 


^q.  Mayor  Joseph  L.  Alioto 

and  the  Board  of  Supervisors 

FROM:  Capital  Improvement  Advisory  Committee 

SUBJECT:  REPORT  ON  CAPITAL  IMPROVEMENT  PROGRAM,  PART  I 

Part  I of  the  annual  Capital  Improvement  *rogr am  report, 
oursuant  to  Ordinance  139-66,  is  herein  submitted.  This  re 
port  contains  the  Committee’s  recommendations^ r maint, .na_ 
and  repair,  reconstruction  and  replacement,  and  capital 
provements  for  the  1975-76  budget. 


The  total  amount  of  the  recommended  program  for  1975-76 
is  approximately  $33.5  million  as  follows: 


Ad  Valorem  Taxes 
Gas  Taxes 
Revenues 

Total 


$ 14,388.8 
9,579.4 
9.468.7 

$ 33,436.9 


The  purpose  of  this  report  is  to  provide  not  only  a pri- 
ority  guide  for  budgetary  review,  but  also  to  provi  e 

solicited  listing  and,  hopefully,  a ,betf  1 ^CUy's  e^LSve 
appreciation  of  the  many  varied  needs  of  the  City  s extensi 

physical  plant. 

Part  II  of  the  annual  report,  to  be  published  in  June, 
will  contain  a capital  improvement  schedule  fortheve-year 
period  from  1976-77  through  1980-81,  a recommended  bond  pro 
gram,  and  the  approved  program  for  1975-76. 


y OF  SAN  FRANCISCO 


Administrative  Officer 


In  previous  reports,  the  Committee  has  expressed  considerable 
concern  regarding  the  inadequate  level  of  appropriations  for, 
especially,  the  ad  valorem  tax-supported  portion  of  the  piogiam. 

This  concern  continues.  The  extended  list  of  projects  conta^ 
in  this  report  is  a silent  testimony  to  the  ever-increasing  needs 
of  the  physical  plant.  Unless  sufficient  monies  are  allocated 
the  program,  alternate  sources  of  funds  such  as  those  which  could 
be  obtained  through  special  tax-override  legislation  or  from 
multi -purpose  bond  program  must  be  found  to  protect  the  i y 

should  give;  by  the  City  to  the  preparation  of  a multipurpose  bond 
proposition. 

Additionally,  the  diversion  of  gas  tax  receipts  to  non-capital 
activities  has  also  been  discussed.  This  problem  worsens  each  year. 

It  has  been  documented  and  up-dated  in  the  recent  report  of  the 
Department  of  Public  Works  and  needs  no  further  elaboration  by 
Committee.  The  report  is  recommended  reading. 

Over  the  past  couple  of  years,  the  Committee  has  observed  several 

t^off-so^th^insatiable^appetite0©^  thos^activitie^funded^radi- 

from  the  generating  department.  Otherwise,  . 

that  the  revenue  program  for  capital  improvements  will  pass  al  g 
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the  same  sad  road  traveled  previously  by  the  sales  tax  and  gas 
tax  programs. 

For  this  year's  report,  the  Committee  wishes  to  focus  on 
several  other  important  issues  relative  to  the  capital  im- 
provement program: 

Administrative  Office  Building  and  Courthouse 

At  present,  based  on  the  records  of  the  Real  Estate  Depart- 
ment, approximately  $500,000  is  being  spent  annually  by  the  City 
for  the  renting  or  leasing  of  office  space  for  departmental. 
Civic  Center  oriented  activities.  For  all  intents  and  purposes, 
the  City  is  losing  the  potential  of  these  tax  dollars  without  a 
commensurate  return  to  the  City.  If,  however,  they  could  be 
redirected  toward  the  development  of  a new  administrative 
office  building  and  courthouse,  not  only  would  the  City  realize 
a long  term  benefit  from  these  funds,  it  would  also  assist  in 
the  resolution  of  the  increasing  problem  of  adequate  office 
space  in  City  Hall. 

Therefore,  for  these  above-stated  reasons,  the  Committee 
recommends  that  immediate  consideration  be  given  to  the  estab- 
lishment of  a development  program  which  would  lead  to  the  con- 
struction of  a new  administrative  office  building  and  court- 
house in  the  Civic  Center  area. 

General  Revenue  Sharing 

With  the  beginning  of  the  General  Revenue  Sharing  program, 
the  Committee  expressed  a hope  that  this  new  federal  program 
would  provide  a significant  fiscal  boost  to  a sagging  capital 
improvement  program.  This  hope,  to  date,  has  not  been  realized. 
One  of  the  principal  purposes  of  the  General  Revenue  Sharing 
program  was  to  provide  funds  for  the  rehabilitation  and  im- 
provement of  the  existing  physical  plant.  In  San  Francisco, 
only  a very  small  amount  of  the  total  program  has  been 
allocated  to  the  capital  program.  The  predominant  balance  of 
the  General  Revenue  Sharing  fund  is  being  used  to  underwrite 


continuing  operations  of  various  tax-supported  departments. 


The  Committee  appreciates  the  need  to  maintain  an  equitable  tax 
rate  for  San  Francisco,  but  it  also  believes  that  the  use  of  the 
General  Revenue  Sharing  fund  should,  under  the  intent  and  purpose  of 
the  program,  be  allocated  to  support  the  capital  improvement  program 
for  the  city. 

Therefore,  the  Committee  recommends  that  a minimum  of  $5.0 
million  be  appropriated  annually  from  the  General  Revenue  Sharing 
fund  to  support  the  sagging  profile  of  the  capital  improvement 
program. 


State  Mandated  Programs 

Legislation  by  the  State  of  California  which  is  for  the  elim- 
ination of  hazardous  working  conditions  or  operations  is  a merito- 
rious objective,  but  the  legislation  that  is  adopted  to  achieve 
this  objective  is  viewed  somewhat  paradoxically  by  the  Committee. 

On  the  one  hand,  the  programs  established  by  the  legislature  re- 
quire that  alleged  violations  be  corrected  within  specific  time 
periods  in  most  cases  under  penalty  of  law,  but,  on  the  other  hand, 
the  same  legislature  has  placed  restrictions  on  the  capabilities  of 
a local  jurisdiction  to  raise  the  nccossary  tax  funds  to  meet  its 
operating  requirements.  The  state,  it  would  seem,  is  asking  for 
the  best  of  both  worlds.  The  result,  on  the  local  level,  is  that 
funds  previously  needed  for  the  maintenance  and  improvement  of  the 
physical  plant  are  being  diverted  to  meet  alleged  violations  of 
mandated  programs. 

Therefore,  the  Committee  recommends  that  appropriate  action  be 
taken  which  would  lead  to  the  exemption  of  state  mandated  programs 
from  the  local  tax  rate  limitation  in  those  cases  v/here  compliance 
with  state  legislation  may  result  in  added  local  expenditures. 

Grants 

The  Committee  supports  fully  the  use  of  grant  funds  to  achieve 
various  programs  of  the  City;  however,  it  is  concerned  when  these  grant 
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programs  do  not  adequately  cover  the  true  and  actual  cost  for 
making  the  programs  operational.  This  year,  several  capital 
improvement  projects  were  submitted  as  the  result  of  grant- 
initiated  programs  because  either  the  grant  excluded  or  did 
not  fully  cover  the  implementation  cost.  While  the  magnitude 
of  the  problem  is  at  present  very  small  in  comparison  to  the 
over-all  capital  program,  it  never-the-less  results  in  an 
additional  claim  on  an  increasingly  limited  funding  source. 

With  grant-funded  programs  assuming  a greater  role  in  the 
operation  of  local  government,  the  Committee  therefore  recommends 
that  each  agency  prior  to  the  authorization  to  request  grant 
funds  be  required  to  submit  a complete  statement  of  the  anticipated 
cost  of  the  program  and  whether  any  additional  local  funds  will  be 
required  to  make  the  program  fully  operational. 

* * * * 


The  Committee  trusts  that  this  report  and  the  recommendations 
contained  herein  will  be  reviewed  closely  during  the  consideration 
of  the  various  individual  departmental  budget  requests. 


Respectfully  submitted, 
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Thomas  J.  Mellon,  Chairman 

and  Chief  Administrative  Officer 

Joseph  M.  Caverly,  General  Manager, 

Recreation  and  Park  Department 

John  D.  Crowley,  General  Manager,  Public  Utilities 

John  C.  Farrell,  Controller 

Dean  L.  Maoris,  Director  of  Planning 

S.  Myron  Tatarian,  Director  of  Public  Works 

John  H.  Tolan,  Jr.,  Mayor's  Deputy  for  Development 
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MAINTENANCE  AND  REPAIR  - BUILDINGS  AND  STRUCTURES 

FOR  1975-76 

Consolidated  Comparative  Table 


Departmental  budget  requests  as  submitted  to  the  CIAC  and  funding 
recommendations  for  1975-76  with  comparative  data  for  1974-75.  All 
amounts  in  thousands  of  dollars. 


1974-75  1975-76 


Cateqory 

Department 

Requested 

CIAC 

Recommended 

Appropriated 

Department 

Requested 

CIAC 

Recommended 

Tax -supported  departments 
excluding  Municipal  Railway 

$ 

3,390.9 

$ 

3,279.2 

$ 

2,007.3 

$ 3,898.9 

$ 

3,555.9 

Municipal  Railway 

Total  Tax  Supported 

125.0 

125.0 

65.0 

88.4 

88.4 

§ 

3,515.9 

$ 

3,404.2 

$ 

2,072.3 

$ 3,987.3 

§ 

3,644.3 

Road  Funds 

381.7 

381.7 

334.7 

521.2 

521.2 

Airports  Commission 

156.9 

156.9 

91.0 

120.0 

120.0 

Water  Department 

21.0 

21.0 

13.7 

17.5 

17.5 

Port  Commission 

TOTALS 

167.0 

167.0 

165.0 

160.0 

160.0 

§ 

4,242.5 

$ 

4,130.8 

§ 

2,676.7 

$ 4,806.0 

$ 

4,463.0 

• 

MAINTENANCE  AND  REPAIR  - BUILDINGS  AND  STRUCTURES 


FOR  1975-76 


Requestinq  Department  (Budqet  Index) 

CIAC 

Recommended 

Requestinq  Department  (Budqet  Index) 

CIAC 

Recommended 

Ad  Valorem  Tax  Supported 

# 

Adult  Probation  (111) 

$ 3.6 

Farmers  Market  (241) 

$ 5.6 

Assessor  (115) 

2.0 

Real  Estate  (247) 

53.0 

City  Attorney  (117) 

3.0 

Purchasing  (311) 

7.9 

City  Planning  (119) 

2.8 

Public  Works: 

Fire  (145) 

98.7 

Maintenance  Yard  (411) 

10.0 

Municipal  Court  (155) 

23.2 

450  McAllister  (415) 

7.0 

Police  (161) 

80.6 

Hall  of  Justice  (417) 

82.7 

Social  Services  (169) 

24.6 

General  Maintenance  (417) 

672.5 

Sheriff  (173) 

67.1 

Elevator  and  Fire  Alarm  Maintenance  (417) 

251.3 

Superior  Court  (179) 

11.9 

City  Hall  (423) 

49.2 

Youth  Guidance  Center  (186) 

43.9 

City  Hall  Annexes  (424) 

5.3 

Log  Cabin  Ranch  (187) 

18.2 

Wast  Water  Pumping  Division  (425) 

32.4 

Hidden  Valley  Ranch  (188) 

18.8 

Waste  Water  Treatment  Division  (427) 

602.2 

Academy  of  Sciences  (213) 

58.0 

Sewer  Repair  (429) 

271.0 

Electricity  (231) 

21.4 

• 

Requesting  Department  (Budget  Index) 


CIAC 

Recommended 


Public  Health: 


Health  Buildings,  Centers 
and  Clinics  (513) 

$ 23.6 

Emergency  Medical  Service  (551) 

10.9 

Laguna  Honda  Hospital  (555) 

50.4 

S.F.  General  Hospital  (557) 

50.4 

Fine  Arts  Museums  (621) 

69.8 

Asian  Art  Museum  (622) 

15.0 

Public  Library  (631) 

63.9 

Recreation  and  Park: 


Marina  Small  Craft  Harbor  (648) 

39.5 

General  Division  (651) 

430.9 

Zoo  Division  (652) 

32.1 

Candlestick  Park  (653) 

79.5 

Camp  Mather  (659) 

3.0 

War  Memorial  (691) 

159.0 

Municipal  Railway  (735) 

88.4 

TOTAL  AD  VALOREM  TAX 

$ 3,644.3 

Requesting  Department  (Budget  index) 


CIAC 

Recommended 
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Road  Fund  Supported 

DPW-Street  Repair  (681) 

$ 

4.4 

DPW-Traffic  Engineering  (683) 

331.8 

DPW-General  Maintenance  (684) 

185.0 

TOTAL  ROAD  FUND 

$ 

521.2 

Revenue  Supported 

Airports  Commission  (725) 

$ 

120.0 

Water  Department  (745) 

17.5 

Port  Commission  (775) 

160.0 

$ 297.5 

rri— — u = .'  - ■ = 


TOTAL  REVENUE 
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RECONSTRUCTION  AND  REPLACEMENT  AND  CAPITAL  IMPROVEMENT  PROGRAM 

FOR  1975-76 

Consolidated  Comparative  Table* 

Departmental  budget  requests  as  submitted  to  the  CIAC  and  funding  recommendations  for  1975-76 
with  comparative  data,  including  supplemental  budget  requests,  for  1974-75.  All  amounts  in 
thousands  of  dollars. 


1974-75  1975-76 


Category 

Department 

Requested 

CIAC 

Recommended 

Appropriated 

Department 

Requested 

CIAC 

Recommended 

Ad  Valorem  tax  supported  departments 
excluding  Municipal  Railway 

$ 10,596.2 

$ 

8,240.8 

$ 

2,779.4 

$ 15,006.3 

$ 10,466.1 

Municipal  Railway 

Total  Ad  Valorem  Tax  Supported 

1,213.3 

630.4 

374.7 

867.4 

278.4 

$ 11,809.5 

$ 

8,871.2 

$ 

3,154.1 

$ 15,873.7 

$ 10,744.5 

Gas  Tax  and  Road  Fund 

6,804.6 

6,804.6 

5,417.0 

9,058.2 

9,058.2 

Recreation  and  Park  (revenue) 

201.0 

201.0 

201.0 

199.0 

199.0 

Airports  Commission 

2,662.5 

2,662.5 

2,157.5 

610.0 

610.0 

Water  Department 

4,230.0 

4,230.0 

3,147.4 

4,283.0 

4,283 .0 

Hetch  Hetchy  System 

2,847.8 

2,847.8 

2,860.2 

3,810.2 

3,810.2 

Port  Commission 

1,915.0 

1,915.0 

976.0 

269.0 

269.0 

TOTALS 

$ 30,470.4 

$ 

27,532.1 

$ 

17,913.2 

$ 34,103.1 

$ 28,973.9 

* Additionally,  $13,166.5  is  proposed  from  other  sources  for  1975-76  (see  schedule  for  detail). 
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RECONSTRUCTION  AND  REPLACEMENT  AND  CAPITAL  IMPROVEMENT  PROJECTS 

FOR  1975-76 

Ad  Valorem  and  Sales  Taxes 

The  Committee  gave  specific  priority  ratings  to  the  following  113  projects: 


Priority 

P.I.N. 

Project  Description 

Cost 

1 

656.71.101 

Hunters  Point  Redevelopment  Project,  recreation  and  park  facilities 
($2,049.7  previously  appropriated) 

760.0 

2 

500.75.105 

S.F.  General,  provide  area  for  security  ward 

720.5 

3 

656.75.101 

Bay  View  Playground,  enclosure  for  swimming  pool  ($50,000  previously 
appropriated) 

550.0 

4 

423.75.107 

Various  locations,  fire  and  police  alarm  systems  in  underground  districts 
(recurring  budget  item) 

100.0 

5 

500.69.301 

S.F.  General,  relocate  toxicology  laboratory 

540.0 

6 

648.75.101 

Marina  Small  Craft  Harbor,  Vessel  Waste  Pump-out  Facility,  east  harbor 

98.0 

7 

161.75.102 

Hall  of  Justice,  Room  455,  Criminal  Information  Bureau,  alterations  to 
complete  "911"  project 

30.0 

8 

500.75.106 

S.F.  General,  provide  area  for  pyschiatric  security  ward 

98.0 

9 

651.74.104 

Golden  Gate  Park,  Sharon  Bldg.,  repair  fire  damage  ($80,000  previously 
appropriated) 

140.0 

10 

500.75.119 

S.F.  General,  pneumatic  conveyor  system,  extension 

40.0 

11 

500.73.112 

Laguna  Honda,  install  safety  devices  in  ward  bathrooms 
($37.5  previously  appropriated) 

142.2 

Cumulative 

Total 

760.0 

1.480.5 

2.030.5 

2.130.5 

2.670.5 

2.768.5 

2.798.5 

2.896.5 

3.036.5 

3.076.5 
3,218.7 


• . • 

Si- 

• • > 

J 

Cumulative 


Priority 

P.I.N. 

Proiect  Description 

Cost 

Total 

12 

186.67.104 

Youth  Guidance  Center,  alter  five  cottages  ($232.1  previously  appropriated) 

60.0 

3,278.7 

13 

500.70.117 

S.F.  General,  relocate  maintenance  shops 

50.0 

3,328.7 

14 

173.74.101 

Jail  No.  2,  rehabilitation  program  ($80.0  previously  appropriated) 

312.0 

3,640.7 

15 

500.75.120 

S.F.  General,  Service  Bldg.,  standby  Diesel  emergency  power  generator 

75.0 

3,715.7 

16 

500.75.113 

S.F.  General,  Emergency  Power  System,  time  delay  switches 

6.0 

3,721.7 

17 

423.74.103 

Public  Works,  various  locations,  boiler  fuel  storage  tanks 
($34.1  previously  appropriated) 

20.5 

3,742.2 

18 

500.75.107 

S.F.  General,  Radiology,  X-Ray  equipment 

56.0 

3,798.2 

19 

423.70.101 

Public  Works,  various  locations,  miscellaneous  reconstruction  and 
replacement  (recurring  budget  item) 

53.0 

3,851.2 

20 

500.75.111 

S.F.  General,  Recovery  Room,  medical  monitoring  equipment 

20.0 

3,871.2 

21 

651.70.104 

Recreation  and  Park,  various  locations,  reconstruct  irrigation  systems 
(recurring  budget  item) 

90.0 

3,961.2 

22 

423.75.102 

Public  Works , various  sewer  outfalls,  structural  reconstruction 

50.0 

4,011.2 

23 

423.70.102 

Various  locations,  miscellaneous  minor  capital  improvements 
(recurring  budget  item) 

7.2 

4,018.4 

24 

500.75.108 

S.F.  General,  Radiology,  piping  and  outlets  for  medical  gases 

18.0 

4,036.4 

25 

631.75.101 

Main  library,  provide  storage  facility  in  basement 

4,124.1 

26 

651.70.105 

Recreation  and  Park,  various  locations,  rehabilitate  children's  aroas 
and  playgrounds  (recurring  budget  item) 

50.0 

4,174.1 

27 

161.75.101 

Police,  various  district  stations,  provide  convenience  facilities  for  women 

130.0 

4,304.1 

V. 
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Priority 


P.I.N 


Project  Description 


Cost 


Cumulative 

Total 


28 

500.75.115 

101  Grove  St.,  Microbiology  Laboratory,  Rooms  414  and  422,  improvements 
to  accommodate  viral  diagnostic  services 

16.0 

4,320.1 

29 

155.75.101 

Municipal  Courts,  City  Hall,  courtrooms,  security  measures 

15.3 

4,335.4 

30 

179.75.103 

Superior  Courts,  City  Hall,  courtrooms,  security  measures 

35.2 

4,370.6 

31 

500.71.112 

Laguna  Honda,  modernize  boiler  burners  and  controls 

113.6 

4,484.2 

32 

621.74.101 

M.H.  de  Young,  various  galleries,  reconstruct  skylights  and  ventilation 
system  ($40.0  previously  appropriated) 

90.0 

4,574.2 

33 

500.75.103 

Laguna  Honda,  Laundry  Building,  fire  sprinkler  system 

86.7 

4,660.9 

34 

500.75.124 

Laguna  Honda,  Bldg.  M and  0,  storage  areas,  fire  sprinklers 

10.0 

4,670.9 

35 

651.67.102 

Recreation  and  Park,  various  locations,  resurface  courts  and  play  areas 
(recurring  budget  item) 

50.0 

4,720.9 

36 

651.67.103 

Various  locations,  resurface  walks,  paths  and  parking  areas 
(recurring  budget  item) 

50.0 

4,770.9 

37 

423.75.101 

Public  Works,  various  public  buildings,  handicapped  access 

60.0 

4,830.9 

38 

651.75.102 

Recreation  and  Park,  various  locations,  handicapped  access  to  facilities 

34.5 

4,865.4 

39 

173.75.101 

Jail  No.  2,  alterations  to  visiting  area 

74.5 

4,939.9 

40 

631.73.104 

Library,  Chinatown  Branch,  renovation  ($31.5  previously  appropriated) 

8EK5 

5,028.4 

41 

692.75.101 

Museum  of  Art,  sidewalk  freight  elevator,  replacement 

50.0 

5,078.4 

42 

656.69.106 

Lincoln  Park  Golf  Course,  irrigation  system  extension.  Phase  III 

119.2 

5,197.6 

43 

186.75.105 

Youth  Guidance  Center,  cottages  and  gymnasium,  provide  security  screens 

6.6 

5,204.2 
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Cumulative  8 

Priority R-I-N. Project  Description  Cost Total 


44 

423.75.106 

Public  Works,  Hall  of  Justice,  modify  sanitary  waste  plumbing  system 

154.6 

5,358.8 

45 

651.75.101 

Recreation  and  Park,  Bay  View-Hunters  Point  Model  Cities  Area, 
rehabilitate  buildings  and  grounds 

170.0 

5,528.8 

46 

173.74.102 

Jails  Nos.  1 and  3,  remodel  isolation  cells 

15.5 

5,544.3 

47 

179.75.101 

Superior  Court,  City  Hall,  Fourth  Floor,  various  courtrooms,  renovate 
and  remodel 

52.0 

5,596.3 

48 

155.67.102 

Municipal  Court,  City  Hall,  Third  Floor,  renovate  courtrooms  and  chambers 

125.0 

5,721.3 

49 

691.74.101 

War  Memorial,  Performing  Arts  Center,  construction  ($2,000.0  previously 
appropriated) 

1,000.0 

6,721.3 

50 

691.73.104 

Vetrans'  Building,  first  floor,  enlarge  women's  restroom 

26.0 

6,747.3 

51 

161.75.103 

Police,  Hall  of  Justice,  Internal  Affairs  Bureau,  expansion 

7.2 

6,754.5 

52 

131.72.101 

Emergency  Services,  Emergency  Operating  Center,  construction  (study) 

45.0 

6,799.5 

53 

423.73.102 

Public  Works,  City  Hall,  enlarge  electric  service 

202.8 

7,002.3 

54 

161.72.118 

Police,  Hall  of  Justice,  Room  434,  Sex  Crimes  Detail,  provide 
interrogation  room 

7.5 

7,009.8 

55 

736.75.101 

Municipal  Railway,  Cable  Car,  replace  wiring  in  traffic  signal  system 

16.0 

7,025.8 

56 

631.73.102 

Library,  45  Hyde  St.,  ground  floor,  install  ventilation  system 

18.4 

7,044.2 

57 

311.67.102 

Purchasing,  Central  Shops,  improve  ventilating  in  automotive  shops 

28.8 

7,073.0 

58 

500.75.130 

Laguna  Honda,  Main  Building,  safety  walk-ways  in  water  heater  room 

2.5 

7,075.5 

59 

651.69.103 

Rccr  ation  and  Park,  various  locations,  rehabilitate  lighting  system 
(recurring  budget  item) 

40.0 

7,115.5 

• 
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Priority 


P.I.N. 


Pyojiect  Degcfiptign 


Cost 


Cumulative 
Total 


60 

173.75.103 

Jail  No.  2,  provide  new  loading  dock  and  storage  area 

13.0 

7,128.5 

61 

241.75.101 

Farmers  Market,  install  security  flood-lighting  on  roof  of  market  buildings 

7.1 

7,135.6 

62 

651.71.102 

Recreation  and  Park,  various  locations,  rehabilitate  buildings 
(recurring  budget  item) 

150.0 

7,205.6 

63 

736.73.101 

Municipal  Railway,  Washington-Mason  Cable  Carbarn,  replace  cable 
tension  carriage 

60.0 

7,345.6 

64 

500.75.102 

Laguna  Honda,  Morgue,  replace  refrigeration  system 

8.0 

7,353.6 

65 

423.73.108 

Public  Works,  Neighborhood  Protected  Residential  Area  Program,  various 
locations,  improvements  ($300.0  previously  appropriated) 

200.0 

7,553.6 

66 

656.69.105 

Recreation  and  Park,  various  locations,  athletic  field  floodlighting 
(recurring  budget  item) 

100.0 

7,653.6 

67 

500.75.131 

S.F.  General,  Service  Bldg.,  emergency  lighting 

3.5 

7,657.1 

68 

651.70.113 

Recreation  and  Park,  various  locations,  reconstruct  fencing 
(recurring  budget  item) 

15.0 

7,672.1 

69 

737.75.101 

Municipal  Railway,  Geneva  Car  House,  convert  lot  to  coach  storage  area 

15.0 

7,687.1 

70 

656.73.106 

Golden  Gate  Park,  Master  Plan 

60.0 

7,747.1 

71 

656.75.102 

Crocker-Amazon  Playground,  develop  northside  play  area 

30.0 

7,777.1 

72 

659.70.101 

Camp  Mather,  various  buildings,  rehabilitate  (recurring  budget  item) 

40.0 

7,817.1 

73 

500.67.113 

Central  Emergency  and  District  Health  Center  No.  4,  install  standby  power 
facilities  for  emergency  medical  service  and  elevators 

51.0 

7,868.1 

74 

500.75.101 

Laguna  Honda,  provide  and  install  Diesel  emergency  electrical  generator 

672.0 

8,540.1 

75 

500.73.107 

Laguna  Honda,  emergency  lighting  and  communications  circuit 

128.4 

8,668.5 

• 

• _ _ - -s'  - ■ • - - 

...  ■ .... 

— . • A 

• 

i . V ... 

“ ...  ''  •' 

• 

.= 

• ‘ ‘ ’ • > 

• . ; ■ 

i>t.  ' 

\ I. IV. 002 

Cumulative 


Priority 

P.I.N. 

Project  Description 

Cost 

Total 

76 

145.71.103 

Fire,  various  locations,  install  battery-operated  emergency 
lighting  facilities 

23.5 

8,692.0 

77 

124.72.102 

Controller,  City  Hall,  EDP  Section,  provide  alternate  source  of 
electrical  service 

205.0 

8,897.0 

78 

186.74.102 

Log  Cabin  Ranch,  install  emergency  electrical  system 

29.9 

8,926.9 

79 

186.74.101 

Hidden  Valley  Ranch,  install  emergency  electrical  system 

14.4 

0,941.3 

80 

213.69.101 

Steinhart  Aquarium,  install  emergency  generator 

40.0 

8,981.3 

81 

651.74.102 

Recreation  and  Park,  Great  Highway  Parking  area,  slope  protection 
(recurring  budget  item) 

24.0 

9,005.3 

82 

737.74.106 

Municipal  Railway,  Potrero  Carbarn,  install  heating  system  in  paint  room 

10.0 

9,015.3 

83 

145.72.101 

Fire,  various  locations,  install  radio  controls  for  overhead  apparatus  doors 

54.0 

9,069.3 

84 

145.70.102 

Various  locations,  install  overhead  apparatus  doors  with  radio  controls 

85.9 

9,155.2 

85 

161.71.101 

Police,  Hall  of  Justice,  Crime  Lab.,  study  to  enlarge  facility 

2.0 

9,157.2 

86 

737.74.109 

Municipal  Railway,  Presidio  and  Potrero  Carbarns,  paving  and  drainage 
around  building  and  yards 

140.0 

9,297.2 

87 

423.71.103 

Public  Works,  Civic  Center,  reconstruct  steam  supply  loop 

113.2 

9,410.4 

88 

161.70.116 

Police,  Hall  of  Justice,  Crime  Lab.,  alterations 

34.3 

9,444.7 

89 

169.73.104 

Social  Services,  150  Otis  St.,  lighting  fixtures  for  stair  towers 

8.7 

9,453.4 

90 

241.75.102 

Farmers  Market,  provide  traffic  control  barriers 

2.0 

9,455.4 

91 

656.75.103 

Bay  View  Playground,  convenience  station 

50.0 

9,505.4 

Cumulative 


Priority 

P.I.N. 

Project  Description 

Cost 

Total 

92 

500.75.109 

S.F.  General,  Dish  Washing  Rooms  2128  and  2135  purchase  and  install  scrapping 
tables 

26.0 

9,531.4 

93 

500.75.110 

S.F.  General,  Dish  Washing  Room  2128,  purchase  and  install  tray  conveyor 

34.0 

9,565.4 

94 

737.72.302 

Municipal  Railway,  cable  trench  cleaning  machinery,  new  construction 

27.4 

9,592.8 

95 

500.67.111 

101  Grove  St.,  modernize  two  elevators 

128.0 

9,721.6 

96 

245.73.102 

Civic  Auditorium,  main  floor,  terrazzo  flooring  repair 

58.0 

9,779.6 

97 

737.75.103 

Municipal  Railway,  Washington-Mason  Cable  Carbarn,  install  additional  pit 

10.0 

9,789.6 

98 

169.70.101 

Social  Services,  1680  Mission  St.,  alterations  to  heating  and  ventilating 
system 

16.3 

9,805.9 

99 

221.70.101 

Chief  Administrative  Officer,  establish  revolving  fund  to  be  administered 
by  CIAC  for  various  studies  and  minor  capital  improvements 

150.0 

9,955.9 

100 

423.71.102 

Public  Works,  various  locations,  streetside  landscaping  (Board  of 

Supervisors'  Res.  No.  515-68) 

300.0 

10,255.9 

101 

161.73.106 

Police,  Six  district  stations,  replace  toilets  in  cells 

13.7 

10,269.6 

102 

621.74.109 

M.  H.  de  Young,  Kress  basement,  install  CO^  fire  extinguisher  system 

44.2 

10,313.8 

103 

500.75.117 

S.F.  General,  Room  3591,  provide  additional  anesthesiology  spaco  in 
surgery  area 

34.9 

10,348.7 

104 

500.75.114 

S.F.  General,  new  laundry  bleach  tanks 

3.2 

10,351.9 

105 

179.75.102 

Superior  Court,  Hall  of  Justice,  Third  Floor,  jury  room 

38.1 

10,390.0 

106 

691.73.101 

Opera  House,  rehabilitate  or  replace  stage  rigging  and  cycloramas 

158.4 

10,548.4 

107 

691.73.102 

Opera  House,  rehabilitate  stage  lighting 

133.2 

10,601.6 

Cumulative 


Priority 

P.I.N. 

Proiect  Description 

Cost 

Total 

108 

631.75.102 

Main  library, 

relocate  Branch  Department 

23.6 

10,705.2 

109 

631.75.103 

Main  library, 

relocate  Periodicals  Technical  Operations  and  EDP 

51.3 

10,756.5 

110 

631.75.104 

Main  library, 

relocate  Stockroom  and  Discard  Room 

18.4 

10,774.9 

111 

500.75.112 

S.F.  General, 

construct  two  temporary  ramps 

10.0 

10,784.9 

112 

500.70.105 

Laguna  Honda, 
modernization 

conduct  studies  and  prepare  preliminary  plans  for 
and  rehabilitation  of  existing  facilities 

107.9 

10,892.8 

113 

500.69.302 

S.F.  General, 

plans  and  studies  for  future  use  of  buildings 

79.5 

10,922.3 

12 
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FOR  1975-76 

Gas  Tax  and  Road  Fund* 

The  CIAC  gave  specific  priority  ratings  to  the  following  83  projects* 


Priority 

P.I.N. 

Project  Description 

Cost 

Cumulative 

Total 

1 

671.75.101 

Various  street  and  highway  projects  Select  System,  preliminary 
engineering  and  administrative  activities  (recurring  budget  item) 

20.  Oe 

20.0 

2 

671.75.102 

Various  county  road  projects,  preliminary  engineering  and  administrative 
activities  (recurring  budget  item) 

20.0s 

40.0 

3 

671.75.103 

Various  locations,  construct  curbs  and  pavements  in  front  of  public 
property  (recurring  budget  item) 

130. Og 

170.0 

4 

671.75.104 

Webster  St.,  Post  to  Bush,  complete  acquisition  of  right-of-way 
(§400.0  previously  appropriated) 

30.  Oo 

200.0 

5 

671.75.105 

Various  school  crossings,  install  traffic  signals  (recurring  budget  item) 

22. Og 

222.0 

6 

671.75.106 

Various  intersections,  modify  and  reconstruct  traffic  control  devices 
(recurring  budget  item) 

22.  Og 

244.0 

* Explanation  of  Symbols: 

g - Special  Gas  Tax  Street  Improvement  Fund  - Construction 
e - Special  Gas  Tax  Street  Improvement  Fund  - Construction  - Select  System 
s - Road  Commissioner  - Road  Fund  - Construction 


'HO 

"OX  . 

aox.  .ix& 

Priority 

P.I.N. 

Proiect  Description 

Cost 

Cumulative 

Total 

7 

671.75.107 

Various  intersections  with  safety  problems,  install  traffic 
signals  and  channelization  ($660.0  previously  appropriated) 

320. Og 

564.0 

8 

671.75.108 

Transit  preferential  streets  program,  installation  of  signs, 
overhead  lane  signals  or  exclusive  rights-of-way  ($100.0 
previously  appropriated) 

100. Og 

664.0 

9 

671.75.109 

Various  locations,  sidewalk  ramps  for  the  handicapped 
($120.0  previously  appropriated) 

100. Og 

764.0 

10 

670.75.101 

Various  bridge  structures,  rehabilitate  for  earthquake  safety 

400. Oo 

1,164.0 

11 

671.75.110 

Various  intersections,  install  signals  and  channelization 
(recurring  budget  item) 

lll.Og 

1,275.0 

12 

671.75.111 

Various  locations,  eliminate  roadside  obstacles 

20.  Og 

1,295.0 

13 

671.75.112 

Various  locations,  standardize  traffic  signing 

3 .0g 

1,298.0 

14 

671.75.113 

Various  locations,  install  pavement  lane  markers  and  crosswalk 
striping 

60 .0g 

1,358.0 

15 

671.75.114 

Upper  Market  St.,  construct  median  islands 

92. 5e 

1,450.5 

16 

671.75.115 

Upper  Market  St.,  provide  bicycle  lanes,  widen  sidewalks,  and 
related  work 

1, 744.0o 

3,194.5 

17 

671.75.116 

Various  locations,  provide  engineering  assistance  to  PUC  for 
street  lighting  systems  in  existing  overhead  districts 
(recurring  budget  item) 

10.  Og 

3,204.5 

18 

671.75.117 

Various  locations.  Select  System,  resurface  street  areas 
($2,144.0  previously  appropriated) 

150. Oe 

3,354.5 

19 

670.75.102 

Powell  St.,  Post  to  Sutter,  reconstruction 

46. 9g 

3,401.4 

20 

670.75.103 

Powell  St.,  Ellis  to  0* Fhrrell,  reconstruction 

46. 9g 

3,448.3 

14 
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Cumulative 


Priority 

P.I.N. 

Proiect  Description 

Cost 

Total 

21 

670.75.104 

Powell  St.,  O’ Farrell  to  Geary,  reconstruction 

46. 9g 

3,495.2 

22 

670.75.105 

Mason  St.,  Sacramento  to  Green,  reconstruction 

213. 8g 

3,709.0 

23 

670.75.106 

Union  St.,  Lyon  to  Baker,  reconstruction 

75. 4g 

3,784.4 

24 

670.75.107 

Taylor  St.,  Columbus  to  Francisco,  reconstruction 

49. 6e 

3,834.0 

25 

671.75.118 

Various  downtown  intersections,  install  television  camera  traffic 
monitoring  system  ($78.0  previously  appropriated) 

215. Oe 

4,049.0 

26 

671.75.119 

Various  locations  near  firehouses,  install  traffic  signal  pre-empt 
controls  ($30.0  previously  appropriated) 

33.  Og 

4,082.0 

27 

671.75.120 

Various  downtown  intersections,  install  traffic  signals 
($198.4  previously  appropriated) 

60.  Og 

4,142.0 

28 

671.75.121 

Northern  Waterfront  traffic  corridor,  Bay  to  Jefferson,  install 
signals  at  various  intersections  ($200.0  previously  appropriated) 

75.  Og 

4,217.0 

29 

671.75.122 

Third  St.,  16th  St.  to  Jamestown,  install  center  island  signals 
and  replace  obsolete  signal  wiring 

27. 2e 

4,244.2 

30 

671.75.123 

Neighborhood  Protected  Residential  Area  Program 
($500.0  previously  appropriated) 

200. Og 

4,444.2 

31 

671.75.124 

Various  intersections,  modify  signals  (recurring  budget  item) 

75.  Og 

4,519.2 

32 

671.75.125 

Bicycle  lane  program  ($25.0  previously  appropriated) 

25. Og 

4,544.2 

33 

671.75.126 

San  Jose  Ave.,  v/est  side,  Geneva  to  Ocean,  and  Ocean  Ave.,  south 
side,  Interstate  280  to  San  Jose,  widen  sid0walks 

112.50 

4,656.7 

34 

671.75.127 

Sam  Jose  Ave.,  east  slope  near  Richland,  construct  retaining  wall 
for  slope  stabilization 

330. Oe 

4,986.7 
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Priority 

P.I.N. 

Proiect  Description 

Cost 

Total 

35 

671.75.128 

Great  Highway  Scenic  Roadway,  Lincoln  to  Sloat,  construct 
roadway  and  improve  pedestrian  underpasses 

215. Oe 

5,201.7 

36 

671.75.129 

Duboce  Ave.,  Church  to  Belcher,  narrow  sidewalks 

57.  le 

5,258.8 

37 

670.75.108 

Florida  St.,  16th  to  Miraposa,  reconstruction 

145. 5g 

5,404.3 

38 

670.75.109 

Victoria  St.,  Randolph  to  southerly  terminus,  reconstruction 

76. 4g 

5,480.7 

39 

671.75.130 

Various  locations,  construct  underground  wired  street  lighting 
facilities  in  street  areas  outside  underground  districts 

30.  Og 

5,510.7 

40 

670.75.110 

Clay  St.,  Franklin  to  Gough,  reconstruction 

90. 7e 

5,601.4 

41 

671.75.131 

19th  Ave.,  Lincoln  to  Sloat,  install  sidewalk  trees 
($40.0  previously  appropriated) 

60.  Oo 

5,661.4 

42 

671.75.132 

Upper  Market  St.,  landscape  median  islands 

411.0o 

6,072.4 

43 

671.75.134 

Evans  Ave.,  3rd  St.  to  Phelps,  narrow  sidewalks 

36. 5o 

6,108.9 

44 

671.75.133 

Gilman  Ave.,  3rd  St.  to  Fitch,  install  sidewalk  trees 

44.0o 

6,152.9 

45 

670.75.111 

22nd  St.,  Castro  to  Collingwood,  reconstruction 

49. 6g 

6,202.5 

46 

670.75.112 

Fillmore  St.,  Greenwich  to  Lombard,  reconstruction 

63. 7g 

6,266.2 

47 

670.75.113 

Green  St.,  Taylor  to  Jones,  reconstruction 

45. 6g 

6,311.8 

48 

670.75.114 

York  St.,  Holladay  to  Montcalm,  reconstruction 

44. 4g 

6,356.2 

49 

670.75.115 

Stoneman  St.,  Folsom  to  Manchester,  reconstruction 

36. 5g 

6,392.7 

50 

671.75.135 

Precita  Ave.,  Mission  to  Coso,  narrow  sidewalks 

70. 5g 

6,463.2 

51 

670.75.116 

25th  St.,  Rhode  Island  to  DeHaro,  reconstruction 

39.0o 

6,502.2 

52 

670.75.117 

Divisadero  St.,  Broadway  to  Vallejo,  reconstruction 

78.0o 

6,580.2 

16 
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Project  Description 


Cost 


Cumulative 

Total 
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671.75.136 

16th  St.,  Market  to  Folsom,  install  sidewalk  trees 

53. 6e 

6,633.8 

670.75.118 

France  Ave.,  London  to  Paris,  reconstruction 

45. 6g 

6,679.4 

670.75.119 

Shields  St.,  Monticello  to  Beverly,  construction 

43.  lg 

6,722.5 

670.75.120 

18th  St.,  DeHaro  to  Rhode  Island,  reconstruction 

53. 4g 

6,775.9 

670.75.121 

Ellis  St.,  Divisadero  to  Broderick,  reconstruction 

89. 4g 

6,865.3 

670.75.122 

Green  St.,  Polk  to  Larkin,  reconstruction 

84. 3g 

6,949.6 

670.75.123 

Fell  St.,  Laguna  to  Octavia,  reconstruction 

100. 7e 

7,050.3 

670.75.124 

Greenwich  St.,  Jones  to  Leavenworth,  reconstruction 

75. 4g 

7,125.7 

670.75.125 

Goettingen  St.,  Ward  to  Harkness,  reconstruction 

81.29 

7,206.9 

670.75.126 

Portola  Drive  at  25th  St.,  sidewalk  and  railing  reconstruction 

27.6o 

7,234.5 

670.75.127 

Geary  Blvd.,  Gough  to  Presidio,  install  automatic  irrigation 
controls 

39.6o 

7,274.1 

671.75.137 

Various  street  improvements.  City  aid  as  supplement  to 
assessment  procedures  (recurring  budget  item) 

162. Og 

7,436.1 

671.75.138 

Various  locations  reset  curbs  and  construct  conform  pavements 
(recurring  budget  item) 

22. Og 

7,458.1 

670.75.128 

Grace  an d Washburn  Sts.,  Mission  to  Howard,  reconstruction 

69. 3g 

7,527.4 

670.75.129 

Sacramento  St.,  Powell  to  Mason,  reconstruction 

75. 4e 

7,602.8 

670.75.130 

Filbert  St.,  Broderick  to  Lyon,  reconstruction 

142. 9g 

7,745.7 

670.75.131 

Head  St.,  Randolph  to  Shields,  reconstruction 

140. Og 

7,893.7 

670.75.132 

Vernon  St.,  Randolph  to  Sargent,  reconstruction 

88.  Og 

7,981.7 
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71 

670.75.133 

Shields  St.,  Byxbee  to  Monticello,  reconstruction 

43.  lg 

8,024.8 

72 

670.75.134 

Filbert  St.,  Larkin  to  Van  Ness,  reconstruction 

141. 9g 

8,166.7 

73 

670.75.135 

Burrows  St.,  Hamilton  to  Holyoke,  reconstruction 

51. 2g 

8,217.9 

74 

670.75.136 

Arch  St.,  Shield  to  Garfield,  reconstruction 

88.  Og 

0,305.9 

75 

670.75.137 

Ward  St.,  Goettingen  to  Girard,  reconstruction 

102. Og 

8,407.9 

76 

670.75.138 

Park  Presidio  Blvd.,  reconstruct  landscaping  and  irrigation 

104.1o 

8,512.0 

77 

671.75.139 

Grand  View  Ave.,  24th  St.  to  Clipper,  narrow  sidewalks 

103. 6g 

8,615.6 

78 

671.75.140 

Milton  St.,  San  Jose  to  Bosworth,  narrow  sidewalk  on  west  side 

48. 2g 

8,663.8 

79 

671.75.141 

19th  Ave.,  Rossmoor  to  Junipero  Serra,  pedestrian,  transit  and 
vehicular  movements  study 

15.0o 

8,678.8 

80 

671.75.142 

Telegraph  Hill,  east  slope,  develop  slide  stabilization  program 
($822.0  previously  appropriated) 

110. Og 

8,788.8 

81 

670.75.139 

Stockton  St.  Tunnel,  surface  renovation 

187. Oe 

8,975.8 

82 

671.75.143 

Willow  St.,  Van  Ness  to  Polk,  narrow  sidewalks 

62. 4g 

9,038.2 

83 

671.75.144 

Cross  Over  Dr.,  undergrounding  study 

20. Oo 

9,058.2 
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Priority P*  I .1*. 


1 652.71.101 


1 652.75.101 


1 653.73.101 


1 653.74.101 


1 726.70.102 


FOR  1975-76 
Revenue 

The  CIAC  gave  specific  priority  ratings,  by  department,  to  the  following  64  projects: 

Project  Description Cost 

RECREATION  AND  PARK  DEPARTMENT  - ZOO 
Reconstruction  and  Replacement 

Various  locations,  rehabilitation  50.0 

Buildings,  Structures  and  Improvements 

Animal  hospital  incinerator,  construction  39.0 

RECREATION  AND  PARK  DEPARTMENT  - CANDLESTICK  PARK 
Reconstruction  and  Replacement 

Parking  lot  repaving  (recurring  budget  item)  60.0 

Buildings,  Structures  and  Improvements 

Various  capital  improvements  50.0 

* * * * 

AIRPORTS  COMMISSION 

Reconstruction  and  Replacement 

Landing  field  pavement,  reconstruction  (recurring  budget  item)  70.0 


Cumulative 

Total 


50.0 


39.0 


60.0 


50.0 


70.0 


!.  • • - 


Priority 


P.I.N. 


Project  Description 


Reconstruction  and  Replacement  (Cont.) 


Cost 


Cumulative 

Total 


2 

726.71.101 

Utilities  relocation  and  replacement  (recurring  budget  item) 

Additions  and  Betterments 

30.0 

100.0 

1 

727.70.102 

Utilities  System,  enlarge  and  improve  system  (recurring  budget  item) 

86.0 

86.0 

2 

727.70.103 

Landing  field  facilities,  improvements  (recurring  budget  item) 

213.5 

299.5 

3 

727.71.101 

Terminal  and  airport  service  facilities,  improvements 
(recurring  budget  item) 

64.0 

363.5 

4 

727.74.104 

Roads  and  parking  facilities,  minor  improvements 
(recurring  budget  item) 

93.5 

457.0 

5 

727.74.102 

Interim  cargo  facilities,  improvements  (recurring  budget  item) 

San  Francisco  Airports  Commission  - Special  Aviation  Fund 

43.0 

500.0 

1 

727.70.103 

Landing  field  facilities,  improvements  (recurring  budgot  item) 

* * * * 

WATER  DEPARTMENT 

Reconstruction  and  Replacement 

10.0 

10.0 

1 

746.68.101 

Various  locations,  renew  water  services  (recurring  budget  item) 

1,400.0 

1,400.0 

2 

746.68.102 

Various  locations,  relocate  and  realign  water  mains 
(recurring  budget  item) 

150.0 

1,550.0 

3 

746.68.103 

Various  locations,  relocate  and  realign  water  services 

160.0 

1,710.0 

4 

746.68.104 

Various  locations,  replace  water  mains  (recurring  budget  item) 

400.0 

2,110.0 

20 
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1 

Cumulative 


Priority 

P.I.N. 

Proiect  Description 

Cost 

Total 

Reconstruction  and  Replacement  (Cont.) 

5 

746.68.105 

Various  locations,  reconstruct  and  restore  fences 
(recurring  budget  item) 

30.0 

2,140.0 

6 

746.68.106 

Various  locations,  grade  and  resurface  roads  (recurring  budget  item) 

35.0 

2,175.0 

7 

746.68.108 

Various  locations,  water  mains,  cement  mortar  lining 
(recurring  budget  item) 

350.0 

2,525.0 

8 

746.68.109 

Various  locations,  reconstruct  drain  and  air  valves 
(recurring  budget  item) 

12.0 

2,537.0 

9 

746.68.110 

Various  locations,  misc.  repair  and  improvements  to  buildings 
(recurring  budget  item' 

35.0 

2,572.0 

10 

746.75.101 

University  Mount  Reservoir,  South  Basin,  rehabilitate  to  meet 

State  requirements 

100.0 

2,672.0 

11 

746.75.102 

Rock  River  Lime  Plant,  rehabilitate  and  replace  equipment 

85.0 

2,757.0 

12 

746.75.103 

Sunol  Valley  Water  Filtration  Plant,  repair  eroded  surfaces 
and  equipment 

87.0 

2,844.0 

13 

746.75.107 

Central  Pump  Station,  misc.  building  repair 

40.0 

2,884.0 

Additions  and  Betterments 

1 

747.68.101 

Various  locations,  water  main  extensions  (recurring  budget  item) 

350.0 

350.0 

2 

747.68.102 

Various  locations,  provide  new  service  pipes  and  meters 
(recurring  budget  item) 

275.0 

625.0 

3 

747.68.103 

Various  locations,  install  gate  valves  (recurring  budget  item) 

30.0 

655.0 

21 
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Cumulative 


Priority 

P.I.N. 

Proiect  Description 

Cost 

Total 

Additions  and  Betterments  (Cont.) 

4 

747.68.104 

Various  locations,  pipeline  electrolysis,  install  protective  devices 

60.0 

715.0 

5 

747.68.105 

Various  locations,  survey  property  and  sot  monuments 
(recurring  budget  item) 

15.0 

730.0 

6 

747.68.106 

Various  locations,  construct  secondary  feeder  mains 
(recurring  budget  item) 

400.0 

1,130.0 

7 

747.68.107 

Various  locations,  watershed  lands,  erosion  control 
(recurring  budget  item) 

12.0 

1,142.0 

8 

747.68.108 

Various  locations,  install  drain  and  air  valves 
(recurring  budget  item) 

18.0 

1,160.0 

9 

747.68.109 

Various  locations,  construct  fences  (recurring  budget  itom) 

25.0 

1,185.0 

10 

747.68.110 

Various  locations,  motorize  large  valves  (recurring  budget  item) 

50.0 

1,235.0 

11 

747.75.101 

Summit  Pump  Station,  operational  and  safety  improvement 

25.0 

1,260.0 

12 

747.75.102 

Lake  Merced  Pump  Station,  operational  and  safety  improvement 

65.0 

1,325.0 

13 

747.75.103 

Roanoke  Street,  Merced  Manor  Reservoir  and  Crystal  Springs 

Pipeline  No.  2/County  Line,  install  district  and  citywidc 
metering  equipment 

24.0 

1,349.0 

14 

747.75.104 

Pulgas  Temple,  construct  restroom 

50.0 

1,399.0 

* * * * 

HETCH  HETCHY  SYSTEM 

Reconstruction  and  Replacement 

1 

756.75.103 

Kirkwood  Powerhouse  and  Moccasin  Machine  Shop,  replace  roofs 

14.0 

14.0 

22 
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Cumulative 


Priority 

P.I.N. 

Prolect  Description 

Cost 

Total 

Reconstruction  and  Replacement  (Cont.) 

2 

756.75.104 

Oakdale  Irrigation  District,  Claribel  lateral,  replace 
plank  bridge 

7.0 

21.0 

3 

756.75.105 

Kirkwood  Powerhouse,  replace  entrance  door 

1.5 

22.5 

4 

756.75.106 

Station  J,  replace  four  motor  control  operating  units 

17.5 

40.0 

5 

756.71.107 

Various  locations,  rehabilitate  exterior  of  buildings 

80.0 

120.0 

6 

756.71.402 

Moccasin  Village,  resurface  roads 

5.0 

125.0 

7 

756.71.403 

Moccasin  Village,  various  cottages,  replace  plumbing  and 
bathroom  fixtures 

22.0 

147.0 

8 

756.75.107 

Moccasin,  Holms  and  Kirkwood  Powerhouses,  and  Warenville 

Substation,  replace  temperature  and  load  recorders 

25.0 

172.0 

9 

756.71.408 

Moccasin  and  Intake  housing  units,  various  cottages, 
rehabilitate  heating  system 

30.0 

202.0 

10 

756.70.102 

Moccasin-Newark  transmission  line,  paint  towers 
(recurring  budget  item) 

86.0 

288.0 

11 

756.74.201 

Moccasin  Village,  replace  six-inch  water  line 

31.0 

319.0 

12 

756.75.108 

San  Joaquin  Pipeline  No.  3,  repair  interior  lining 

800.0 

1,119.0 

13 

757.75.102 

Moccasin,  vehicle  refueling  station 

16.0 

1,135.0 

14 

756.74.101 

Relocate  City-owned  underground  facilities  (recurring  budget  item) 

50.0 

1,185.0 

15 

756.69.106 

Municipal  Railway  Transit  System,  power  improvement  program, 
replace  DC  distribution  system 

2,000.0 

3,185.0 

23 


1 ' 

. • 

Cumulative 

Priority P-I»N. Project  Description Cost Total 

Reconstruction  and  Replacement  (Cont.) 


16 

756.74.102 

Paint,  repair  and  replace  Municipal  Railway's  trolley  pole 
facilities  (recurring  budget  item) 

370.0 

3,555.0 

17 

756.75.101 

Reconstruct  Municipal  Railway's  trolley  coach  overhead 
facilities  (recurring  budget  item) 

255.0 

3,780.0 

18 

756.75.102 

Overhead  Lines  Section,  1401  Bryant  Street,  reconstruct 
office  for  General  Foreman 

Additions  and  Betterments 

6.2 

3,786.2 

1 

757.75.101 

Red  Mountain  Bar,  screen  opening  of  surgo  shaft 

22.0 

22.0 

2 

757.75.103 

Moccasin  Control  Center,  install  aqueduct  minic  board 

* * * * 

PORT  COMMISSION 

Reconstruction  and  Replacement 

2.0 

24.0 

1 

775.72.101 

Various  operating  piers,  substructure  improvements  and  repairs 
(recurring  budget  item) 

67.0 

67.0 

2 

775.70.115 

Various  piers,  reconstruct  piers  damaged  by  ships  and  other  causes 
(recurring  budget  item) 

Additions  and  Betterments 

10.0 

77.0 

1 

775.72.102 

Various  piers,  construct  sanitary  sewers  and  connect  to  City  Gystcm 

10.0 

10.0 

2 

775.70.114 

Various  piers,  make  alterations  as  required  by  tenants 
(recurring  budget  item) 

172.0 

182.0 

3 

775.70.110 

Various  piers,  enlarge  existing  doors  of  v/arohouse  sheds  to 
accommodate  larger  cargo  handling  equipment  (recurring  budget  item) 

10.0 

192.0 
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Recapitulation: 

Recreation  and  Park  Department  - Zoo 

Reconstruction  and  Replacement 
Buildings,  Structures  and  Improvements 

TOTAL 

Recreation  and  Park  Department  - Candlestick  Park 

Reconstruction  and  Replacement 
Buildings,  Structures  and  Improvements 

TOTAL 

Airports  Commission 

Reconstruction  and  Replacement 
Additions  and  Betterments 

TOTAL 

Water  Department 

Reconstruction  and  Replacement 
Additions  and  Betterments 

TOTAL 

Hetch  Hetchy  System 

Reconstruction  and  Replacement 
Additions  and  Betterments 

TOTAL 

Port  Commission 

Reconstruction  and  Replacement 
Additions  and  Betterments 

TOTAL 


50.0 

39.0 


60.0 

50.0 


100.0 

510.0 


2.084.0 

1.399.0 


3,786.2 

24.0 


77.0 

192.0 


89.0 


110.0 


610.0 


4,283.0 


3,810.2 


269.0 


GRAND  TOTAL 


$ 9,171.2 
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RECONSTRUCTION  AND  REPLACEMENT  AND  CAPITAL  IMPROVEMENT  PROJECTS 

FOR  1975-76 
Other  Sources 


The  following  projects  or  portions  thereof  represent  significant  anticipated  expenditures  for 
1975-76  which  are  to  be  funded  in  whole  or  in  part  from  sources  other  than  ad  valorem  or  sales 
taxes,  gas  taxes  or  road  funds,  revenues  or  approved  bond  funds.  The  CIAC  gave  specific  pri- 
ority ratings  to  the  following  12  projects: 


Priority P.I.N. Project  Description  Cost 

Superior  Court 

105  179.75.102  Hall  of  Justice,  Third  Floor,  jury  room  (State  and  Federal  grant  funds)  93.6 

(38.1) 
(55. 5o) 

Academy  of  Sciences 


1 213.67.117  Francis  Scott  Key  Monument,  restore  and  reset  (Endowment  funds)  25. Oo 

Recreation  and  Park 

t 1 648.73.101  Marina  Small  Craft  Harbor,  Reconstruct  Berthing  facilities  ($127,984  previously  180. Oo 

appropriated)  (State  loan) 

1 651.74.103  Golden  Gate  Park,  Conservatory,  rehabilitation  (State  grant  funds)  40. Oo 

1 656.67.105  Allyne  Property,  development  (Bequest  funds)  10. Oo 

1 656.73.101  Golden  Gate  Park,  Music  Concourse,  improvements  (Bequest  funds  and  Park  Lighting  200. Oo 

Bond  funds) 
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Priority 

P.I.N. 

Proiect  Description 

Cost 

Public  Works 

2 

671.75.111 

Various  locations,  eliminate  roadside  obstacles  (Federal  grant  funds) 

200.0 
(20. Og) 
(180. Oo) 

13 

671.75.112 

Various  locations,  standardize  traffic  signing  (Federal  grant  funds) 

30.0 
(3 .0g) 
(27.0o) 

14 

671.75.113 

Various  locations,  install  pavement  lane  markers  and  crosswalk  atriping  (Fodoral 
grant  funds) 

600.0 
(60. Og) 
(540. Oo) 

32 

671.75.125 

Bicycle  lane  program  ($25.0  previously  appropriated)  (State  grant  funds) 

37.0 
(25. Og) 
(12. Oo) 

Municipal  Railway 

1 

736.69.102 

Replacement  of  transit  operating  equipment,  debt  service  to  cover  previously  approved 
program  (MTC  grant  funds) 

3,897.00 

Hetch  Hetchy 

15 

756.69.106 

Municipal  Railway  Transit  System,  power  improvement  program,  replace  DC  distribution 
system  (Federal  grant  funds) 

10,000.0 
(2, 000. Or) 
(8,000.0o) 

TOTAL  OTHER  SOURCES:  $ 13,166.5 
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Priority 


2 


13 


14 


32 


1 


15 


P.I.N. Project  Description 

Public  Works 

671.75.111  Various  locations,  eliminate  roadside  obstacles  (Federal  grant  funds) 


671.75.112  Various  locations,  standardize  traffic  signing  (Federal  grant  funds) 


671.75.113  Various  locations,  install  pavement  lane  markers  and  crosswalk  striping  (Federal 

grant  funds) 

671.75.125  Bicycle  lane  program  ($25.0  previously  appropriated)  (Stato  grant  funds) 


Municipal  Railway 

736.69.102  Replacement  of  transit  operating  equipment,  debt  service  to  cover  previously  approved 

program  (MTC  grant  funds) 

Hetch  Hetchy 

756.69.106  Municipal  Railway  Transit  System,  power  improvement  program,  replace  DC  distribution 

system  (Federal  grant  funds) 


Cost 


200.0 
(20. Og) 

(180. 00) 

30.0 

( 3 . Og ) 

(27.00) 

600.0 
(60. Og) 

(540. 00) 

37.0 
(25. Og) 

(12. 00) 


3,897.00 


10,000.0 
(2, 000. Or) 
(8,000.0b) 


TOTAL  OTHER  SOURCES:  $ 13,166.5 
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CITY  AND  COUNTY  OF  SAN  FRANCISCO 


RECOMMENDED 
CAPITAL  IMPROVEMENT 

PROGRAM 

1976-77  budget  year 

Submitted  by  the  CAPITAL  IMPROVEMENT  ADVISORY  COMMITTEE 
pursuant  to  Administrative  Code  Section  3.07 


March  15,  1976 


CITY  AND  COUNTY  OF 


SAN  FRANCISCO 


Office  of  Chief  Administrative  Officer 


TO:  Mayor  George  R.  Moscone 

and  the  Board  of  Supervisors 


Deferred  Maintenance 


FROM:  Capital  Improvement  Advisory  Committee 

SUBJECT:  REPORT  ON  CAPITAL  IMPROVEMENT  PROGRAM,  PART  I 

Part  I of  the  annual  Capital  Improvement  Program  report, 
pursuant  to  Ordinance  139-66,  is  herein  submitted.  This  re- 
port contains  the  Committee's  recommendations  for  maintenance 
and  repair,  reconstruction  and  replacement,  and  capital  im- 
provements for  the  1976-77  budget. 


The  total  amount  of  the  recommended  program,  not  includ- 
ing special  funds,  is  approximately  $26.7  million  as  follows: 


Ad  Valorem  Tax 

Gas  Tax  and  Road  Fund 

Revenue 

Total 


$ 8,962.7 

6,899.1 
10,859.3 

$ 26,721.1 


The  purpose  of  this  report  is  to  provide  not  only  a 
specific  priority  guide  for  budgetary  review  of  the  capital 
program,  but  also  to  provide  a consolidated  listing  and, 
hopefully,  a better  understanding  and  appreciation  of  the 
many  varied  needs  of  the  City's  extensive  physical  plant. 


Part  II  of  the  annual  report,  to  be  published  in  June, 
will  contain  a capital  improvement  program  schedule  for  the 
five-year  period  from  1977-78  through  1981-82,  a recommended 
bond  program,  and  the  approved  program  for  1976-77. 


attention  recently  by  the  media  and  the  Grand  Jury.  In  a broad 

diff^uS  tordnfmain?CnanCe:COVCrS  a multltudQ  of  problems  that  arc 
of  Ihl'l  ? ? T 10  procise  torms  of  the  impact  on  the  condition 
of  the  physical  plant.  Essentially,  it  is  a question  of  magnitude: 

namely,  at  what  size  does  the  holo  in  the  solo  of  our  collective 
shoo  become  unmanagable? 

The  most  objective  measure  of  the  adequacy  of  the  City's  main- 
tenance and  repair  program  is  through  a comparison  of  Committee 
recommendations  and  actual  appropriations.  In  reviewing  previous 
Committee  reports,  a noticable  deficiency  exists  between  ad  valorem 
tax  supported  recommendations  and  appropriations,  especially.  For 
the  iast  three  years,  for  example,  the  difference  between  rocom- 
mendations  and  appropriations  has  boon  about  $1.0  million  per  year. 
This  underfunding  for  the  maintenance  and  repair  program  over  the 
past  sovoral  years  has  begun  to  have  an  observable  advorso  effect 
on  public  buildings  and  facilities.  Those  buildings  and  facilities 
ate  usable,  but  they  arc  deteriorating  visually  and  physically. 
Unless  this  trend  is  rovorsed,  they  will  at  some  point  in  the 
future  reach  a condition  which  i3  boyond  the  "band  aid"  stage  of 
treatment  through  the  maintenance  and  repair  program. 

Deferred  Improvements 


While  maintenance  and  repair  is  an  important  element  in  pre- 
serving the  physical  and  visual  condition  of  public  buildings  and 
facilities,  capital  improvements  provide  for  operational  needs. 
Unfortunately,  many  of  these  improvements  arc  being  dof erred. 
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This  applies  especially  to  the  ad  valorem  tax  supported 
portion  of  the  program,  and  recently  to  the  gas  tax  portion, 
too.  These  improvements  relate  directly  to  operational 
problems  which  affect  citizen  users  and  departmental  person- 
nel. They  are  the  result  of  expanded  staff  responsibilities, 
new  or  changes  in  services,  regulations  of  other  governmental 
agencies,  the  correction  of  operational  deficiencies  to  assure 
that  buildings  and  facilities  provide  the  level  of  service  for 
which  they  were  originally  designed  or  the  replacement  of 
major  components  which  have  simply  out-lived  their  useful  life. 
While  certain  items  are  the  result  of  outside  decisions,  some 
projects  included  in  this  program  are  the  end  product  of  City 
actions  which  have  placed  operating  requirements  on  various 
departments  without  sufficient  consideration  of  a department's 
capability  to  meet  the  added  requirement. 

Funding  Freeze 

The  Committee  wishes  to  express  its  concern  regarding  the 
recent  use  of  the  "fiscal  freeze"  on  various  capital  improve- 
ment projects.  While  the  need  to  have  close  fiscal  control  is 
a recognized  objective  during  this  period  of  financial  restraint, 
the  Committee  believes  that  the  status  of  each  project  should  bo 
investigated  prior  to  the  application  of  a "freeze"  on  appropri- 
ated funds. 

This  Committee  was  formed  to  advise  the  Mayor  and  the  Board 
of  Supervisors  on  capital  program  matters.  It  stands  ready  at 
any  time  to  provide  this  assistance. 

State  Compensation  Building 

The  Committee  encourages  the  Mayor  and  the  Board  of  Super- 
visors to  proceed  with  the  acquisition  of  the  State  Compensation 
Building.  The  building  offers  a unique  opportunity,  which  may 
never  again  be  repeated,  to  acquire  an  excellent  office  facility 
in  the  Civic  Center  area.  Additionally,  the  acquisition  would 
permit  the  consolidation  of  various  City  offices  which  are 


scattered  about  the  general  Civic  Center  area  in  rented  quarters, 
and  it  would  help  alleviate  some  of  the  crowdod  operating  conditions 
in  the  City  Hall. 


Coordination  of  Funds 


At  present,  there  are  several  sources  of  funds  available  to  the 
City  for  capital  improvements.  Moot  of  these  funds  are  coordinated 
through  the  capital  improvement  program,*  howovor,  one  important 
source,  the  Community  Development  Fund,  is  not.  The  Committee 
believos  that  these  funds  when  proposed  for  capital  program  items 
should  bo  coordinated  with  tho  total  program  to  assure  that  the 
City's  various  funding  sourcoo  are  being  used  to  moot  its  priorities 
and  to  assure  that  tho  fiscal  implications  of  any  commitment  to  new 
facilities  is  completely  explored  prior  to  an  initial  allocation  of 
funds. 

* * * * 


Tho  Committoo  trusts  that  this  report  and  tho  rocommondationo 
contained  heroin  will  bo  roviewed  closoly  during  tho  consideration 
of  tho  various  individual  budgot  requests. 


Respectfully  submitted 


A / 

Thomas  J.  MolloVi,  Chairman 


John  D.  Crowley,  Public  Utilitioa 
John  C.  Farrell,  Controller 

Edward  I.  Murphy,  Acting  Director  of  Planning 

John  J.  Spring,  General  Manager, 

Recroation  and  Park  Department 

S.  Myron  Tatarian,  Director  of  Public  Works 


*r 
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MAINTENANCE  AND  REPAIR  - BUILDINGS  AND  STRUCTURES 

FOR  1976-77 

Consolidated  Comparative  Table 


Departmental  budget  requests  as  submitted  to  the  CIAC  and  funding 
recommendations  for  1976-77  with  comparative  data  for  1975-76. 

All  amounts  in  thousands  of  dollars. 


1975-76 


1976-77 


Category 

Department 

Requested 

CIAC 

Recommended 

Appropriated 

Department 

Requested 

CIAC 

Recommended 

Tax-supported  departments 
excluding  Municipal  Railway 

$ 

3,365.0 

$ 

3,304.6 

$ 

1,981.5 

$ 

2,930.0 

$ 

2,930.0 

Municipal  Railway 

88.4 

88.4 

72.5 

72.5 

72.5 

Total  Tax  Supported 

$ 

3,453.4 

$ 

3,393.0 

$ 

2,054.0 

$ 

3,002.5 

$ 

3,002.5 

Road  Funds 

521.2 

521.2 

488.7 

564.7 

564.7 

Recreation  and  Park  Department  (revenue) 

— 

— 

-- 

63.1 

63.1 

Airports  Commission 

120.0 

120.0 

98.4 

05.0 

85.0 

Water  Department 

17.5 

17.5 

14.0 

21.0 

21.0 

Port  Commission 

160.0 

160.0 

150.5 

140.0 

140.0 

4,211.7 


2,813.6 


3,876.3 


3,876.3 


TOTALS 


4,272.1 


MAINTENANCE  AND  REPAIR  - BUILDINGS  AND  STRUCTURES 


FOR  1976-77 


Requesting  Department  (Budget  Index)  Cost 
Ad  Valorem  Tax  Supported 

Adulfc  Probation  (111)  $ 1.8 
City  Planning  (119)  2.8 
Controller  - DPC  (124)  56.0 
Fire  (145)  157.5 
Police  (161)  28.0 
Social  Services  (169)  24.6 
Sheriff  (173)  67.2 
Youth  Guidance  Center  (186)  49.6 
Log  Cabin  Ranch  (187)  22.2 
Hidden  Valley  Ranch  (188)  29.9 
Academy  of  Sciences  (213)  69.7 
Electricity  (231)  18.6 
Farmers  Market  (241)  2.2 
Real  Estate  (245)  3.5 
Real  Estate  - Civic  Aud.  - Brooks  Hall  (247)  51.8 
Purchasing  (311)  1.4 


Requesting  Department  (Budget  Index)  Cost 


Public  Works-Building  Repairs 

Maintenance  Yard  (411)  $ 13.5 

Building  Inspection  (415)  9.0 

Hall  of  Justice  (417)  164.6 

City  Hall  (423)  67.6 

City  Hall  Annexes  (424)  8.3 

General  Maintenance  (417)  669.0 

Waste  Water  Pumping  Division  (425)  36.0 

Waste  Wa tor  Treatment  Division  (427)  151.4 

Sower  Repair  (429)  319.5 

Public  Health: 

Administration  (513)  30.0 

Emergency  Medical  Servico  (551)  6.8 

Laguna  Honda  Hospital  (555)  48.9 

S.F.  General  Hospital  (557)  48.9 

Public  Library  (631)  71.0 


• • 


Requesting  Department  (Budget  Index)  Cost 

Fine  Arts  Museums  (621)  69.8 

Asian  Art  Museum  (622)  16.0 

Recreation  and  Park: 

General  Division  (651)  365.9 

Candlestick  Park  (653)  80 *° 

Camp  Mather  (659)  3*° 

War  Memorial  (691)  164.0 

Municipal  Railway  (735)  12.5 

TOTAL  AD  VALOREM  TAX  $ 3,002.5 


Road  Fund  Supported 

DPW  Street  Repair  (681)  4.4 

DPW-Traffic  Engineering  (683)  316.8 

DPW-General  Maintenance  (684)  243 .5 

TOTAL  ROAD  FUND  364.7 


Reauestinq  Department  (Budget  Index) 

Cost 

Revenue  Supported 

Recreation  and  Park: 

Marina  Small  Craft  Harbor  (648) 

35.0 

Zoo  Division  (652) 

28.1 

Airports  Commission  (725) 

85.0 

Water  Department  (745) 

21.0 

Port  Commission  (775) 

140.0 

TOTAL  REVENUE 

309.1 

• 
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RECONSTRUCTION  AND  REPLACEMENT  AND  CAPITAL  IMPROVEMENT  PROGRAM 

FOR  1976-77 

Consolidated  Comparative  Table 


Departmental  budget  requests  as  submitted  to  the  CIAC  and  funding  recommendations  for  1976-77 
with  comparative  data  for  1975-76.  All  amounts  in  thousands  of  dollars. 


1975-76 

1976-77 

Category 

Department 

Requested 

CIAC 

Recommended 

A££ 

ropriatod 

Department 

Requested 

CIAC 

Recommended 

Ad  Valorem  tax  supported  departments 
excluding  Municipal  Railway 

$ 17,964.4 

$ 12,695.0 

$ 

3,634.3 

$ 

9,982.0 

$ 

5,960.2 

Municipal  Railway 

Total  Ad  Valorem  Tax  Supported 

1,330.2 

395.3 

83.3 

— 

— 

$ 19,294.6 

$ 13,090.3 

$ 

3,717.6 

$ 

9,982.0 

$ 

5,960.2 

Gas  Tax  and  Road  Fund 

10,059.9 

10,059.9 

1,432.8 

6,334.4 

6,334.4 

Recreation  and  Park  Department  (revenue) 

199.0 

199.0 

89.0 

110.0 

110.0 

Recreation  and  Park  Department  (Open  Space  Fund) 

— 

— 

— 

2,043.7 

2,843.7 

Airports  Commission  (revenue) 

610.0 

610.0 

610.0 

1,070.0 

1,070. C 

Municipal  Railway  ( MTC  Grant  Funds) 

3,897.0 

3,897.0 

3,897.0 

4,125.8 

4,125.0 

Water  Department  (revenue) 

4,343.0 

4,343.0 

3,487.0 

4,000.0 

4 ,000.C 

Hetch  Hetchy  Water  and  Power  (revenue) 

3,810.2 

3,810.2 

2,816.0 

5,370.2 

5,370.: 

Port  Commission  (revenue) 

TOTALS 

296.0 

296.0 

0 

— 

— 

$ 42,509.7 

$ 36,305.4 

$ 

16,049.4 

$ 

33,836.1 

$ 

29,814.: 

1 ... 

1 — 


5 


Priority P.I.N. 


1 

423.75.107 

2 

500.73.112 

3 

500.71.112 

4 

500.76.102 

5 

500.76.103 

6 

500.76.104 

7 

Various* 

8 

Various** 

9 

500.76.106 

10 

186.67.104 

11 

173.74.101 

RECONSTRUCTION  AND  REPLACEMENT  AND  CAPITAL  IMPROVEMENT  PROJECTS 

FOR  1976-77 

Ad  Valorem  and  Sales  Tax 

The  CIAC  gave  specific  priority  ratings  to  the  following  70  projects: 
Project  Description 

Public  Works,  various  locations,  fire  and  police  alarm  systems  in 
underground  districts  (recurring  budget  item) 

Laguna  Honda,  ward  toilet  rooms,  safety  devices 

Laguna  Honda,  modernize  boiler  burner  and  controls 

Laguna  Honda,  various  locations,  reconstruct  linen  chutes  to 
meet  fire  safety  requirements 

Medical  Center,  wall  protection  for  operating  rooms 
Medical  Center,  wall  guards  for  hallways 

Various  locations,  misc.  minor  reconstruction  and  replacement 
Various  locations,  misc.  minor  capital  improvements 
S.F.  General,  laundry,  intake  fan 
Youth  Guidance  Center,  alter  cottages 

Jail  No.  2,  exit  stairtowers  to  meet  fire  safety  requirements 


Cumulative 

Cost  Total 


129.0 

129.0 

120.3 

249.3 

127.8 

377.1 

18.5 

395.6 

28.0 

423.6 

49.5 

473.1 

97.7 

570.8 

78.9 

649.7 

5.0 

654.7 

73.3 

728.0 

391.0 

1,119.0 

* See  Appendix  I for  project  detail. 

**  See  Appendix  II  for  project  detail 
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Cumulative 


Priority 

P.I.N. 

Project  Description 

Cost 

Total 

12 

161.76.102 

Police,  various  facilities,  compliance  with  Cal/Osha  regulations 
for  electrical  safety 

7.5 

1,126.5 

13 

173.76.101 

Jail  No.  1,  Cell  Blocks  E and  F,  exterior  window  bars 

16.0 

1,142.5 

14 

173.76.102 

Jail  No.  1,  replace  louver  windows 

24.0 

1,166.5 

15 

423.76.101 

Public  Works,  City  Hall,  general  exterior  masonry  and  related 
repair  work 

192.5 

1,359.0 

16 

233.76.101 

Central  Radio  Station,  Twin  Peaks,  third  antenna  tower, 
conduit  and  security  fencing 

42.2 

1,401.2 

17 

223.75.101 

Coroner,  Hall  of  Justice,  deep  freeze  box,  alterations 

14.0 

1,415.2 

18 

500.75.120 

S.F.  General,  Service  Bldg.,  standby  Diesel  emergency  power  generator 

06.2 

1,501.4 

19 

500.75.113 

S.F.  General,  power  plant,  timo  delay  switches  for  emergency  powor 

6.9 

1,508.3 

20 

161.75.101 

Police,  various  district  stations,  convenience  facilities  for  women 

149.6 

1,657.9 

21 

423.75.102 

Public  Works,  various  sewer  outfalls,  structural  ropairs 
(recurring  budget  item) 

50.0 

1,707.9 

22 

155.75.101 

Municipal  Court,  City  Hall,  courtrooms,  security  measures 

17.7 

1,725.6 

23 

500.75.103 

Laguna  Honda,  Laundry  Building,  fire  sprinkler  system 

97.5 

1,823.1 

24 

500.75.124 

Laguna  Honda,  Bldg.  M and  0,  storage  areas,  fire  sprinkler 

11.5 

1,834.6 

25 

173.76.103 

Jail  No.  2,  kitchen  area  improvements 

62.0 

1,896.6 

26 

651.70.104 

Recreation  and  Park,  various  locations,  reconstruct  irrigation 
systems  (recurring  budget  item) 

90.0 

1,986.6 

27 

423.75.109 

Public  Works,  Mission  Street  (at  16th  and  24th),  restoration  of 
vine  trellises,  benches  and  crosswalks 

50.0 

2,036.6 

• 

• 

• .•  ..  ' 
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Cumulative 


Priority 

P.I.N. 

Project  Description 

Cost 

Total 

28 

691.74.101 

Performing  Arts  Center,  construction  ($3,000.0  previously 
appropriated) 

1,000.0 

3,036.6 

29 

179.75.105 

Superior  Court,  Hall  of  Justice,  additional  courtrooms  (plans) 

38.0 

3,074.6 

30 

423.73.102 

Public  Works,  City  Hall,  enlarge  electrical  service 

224.0 

3,298.6 

31 

311.67.102 

Central  Shops,  improve  ventilation  in  automobile  shops 

28.0 

3,326.6 

32 

173.74.102 

Jails  No.  1 and  3,  remodel  isolation  cells 

18.0 

3,344.6 

33 

621.76.101 

M.  H.  de  Young,  handicapped  ramp 

78.0 

3,422.6 

34 

179.75.101 

Superior  Court,  City  Hall,  fourth  floor,  various  courtrooms, 
removate  and  remodel 

67.7 

3,490.3 

35 

155.67.102 

Municipal  Court,  City  Hall,  third  floor,  renovate  courtrooms 
and  chambers 

47.0 

3,537.3 

36 

651.67.102 

Recreation  and  Park,  various  locations,  resurface  courts  and 
play  areas  (recurring  budget  item) 

50.0 

3,507.3 

37 

500.75.102 

Laguna  Honda,  Morgue,  replace  refrigeration  systom 

9.2 

3,596.5 

38 

423.73.108 

Public  Works,  Protected  Neighborhood  Street  Program 

50.0 

3,646.5 

39 

651.69.103 

Recreation  and  Park,  various  locations,  rehabilitate  lighting 
systems  (recurring  budget  item) 

40.0 

3,686.5 

40 

423.71.103 

Public  Works,  Civic  Center,  reconstruct  steam  supply  loop 

127.4 

3,813.9 

41 

241.75.101 

Farmers  Market,  install  security  floodlighting 

7.7 

3,821.6 

42 

169.73.104 

Social  Services,  150  Otis  St.,  lighting  fixtures  for  stair  towers 

10.0 

3,831.6 

43 

500.76.105 

S.F.  General,  Bldg.  200,  laboratories,  electrical  outlets 

10.5 

3,042.1 

' ■»' 
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Cumulative 


Priority 

P.I.N. 

Project  Description 

Cost 

Total 

44 

651.67.103 

Recreation  and  Park,  various  locations,  resurface  walks, 
paths  and  parking  areas 

50.0 

3,892.1 

45 

173.75.101 

Jail  No.  2,  alterations  to  visiting  area 

05.8 

3,977.9 

46 

173.76.104 

Jail  No.  4,  alterations  to  visiting  area 

19.5 

3,997.4 

47 

161.73.106 

Police,  six  district  stations,  replace  toilets  in  cells 

15.8 

4,013.2 

48 

145.71.103 

Fire,  various  stations,  install  battery-operated 
emergency  lighting  facilities 

22.5 

4,035.7 

49 

145.70.102 

Fire,  various  stations,  install  overhead  apparatus  doors 
with  radio  controls 

105.8 

4,141.5 

50 

145.72.101 

Various  stations,  install  radio  controls  for  overhead 
apparatus  doors 

62.6 

4,204.1 

51 

500.69.114 

S.F.  General,  Bldg.  3,  Autopsy  Room,  reconstruct  ventilating  system 

105.6 

4,309.7 

52 

691.73.104 

Veterans'  Building,  first  floor,  enlarge  women's  restroom 

30.0 

4,339.7 

53 

651.70.113 

Recreation  and  Park,  various  locations,  reconstruct  fencing 

40.0 

4,379.7 

54 

621.74.101 

M.  H.  de  Young,  various  galleries,  reconstruct  ventilation  system 

109.2 

4,488.9 

55 

631.75.101 

Main  Library,  provide  storage  facility  in  basement 

101.0 

4,589.9 

56 

500.67.111 

Public  Health,  101  Grove  St.,  modernize  two  elevators 

148.1 

4,738.0 

57 

161.76.103 

Police,  Hall  of  Justice,  Commission  Hearing  Room,  extend  podium 
to  accommodate  new  Commission  members 

7.5 

4,745.5 

58 

221.75.101 

Chief  Administrative  Officer,  Employee  Relations,  City  Hall,  Room 

154A , acoustical  ceiling,  mechanical  ventilation  and  modify  lighting 

11.3 

4,756.0 

9 


Cumulative 


Priority 

P.I.N. 

Project  Description 

Cost 

Total 

59 

155.76.101 

Municipal  Court,  Hall  of  Justice,  Room  101,  construct  sound 
proof  machine  room 

7.1 

4,763.9 

60 

656.76.101 

Crocker-Amazon  Playground,  construct  recreation  building 

16.5 

4,780.4 

61 

117.74.101 

City  Attorney,  City  Hall,  second  floor,  office  alterations 

438.0 

5,218.4 

62 

141.70.101 

District  Attorney,  Hall  of  Justice,  third  floor,  office  alterations 

34.8 

5,253.2 

63 

179.75.102 

Superior  Court,  Hall  of  Justice,  third  floor,  jury  room 

43.9 

5,297.1 

64 

221.70.101 

Chief  Administrative  Officer,  revolving  fund  for  various  studies 
and  minor  capital  improvement  projects 

100.0 

5,397.1 

65 

131.72.101 

Emergency  Operating  Center,  construction  (plans) 

50.0 

5,447.1 

66 

500.67.113 

Public  Health,  Central  Emergency  and  Harbor  Emergency,  install 
standby  power  facilities  for  emergency  medical  services  and  olovator 

50.5 

5,497.6 

67 

500.70.105 

Laguna  Honda,  Improvement  program  to  meet  Life  Safety  Code  and 
licensing  requirements  (plans) 

124.1 

5,621.7 

68 

423.75.106 

Hall  of  Justice,  modify  sanitary  waste  plumbing  system 

174.0 

5,795.7 

69 

311.75.102 

Central  Shops,  gasoline  bulk  storage  facility 

54.0 

5,849.7 

70 

423.74.103 

Public  Works,  various  locations,  boiler  fuel  storage  tanks 

110.5 

5,960.2 
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Cumulative 


Priority 

P.I.N. 

Project  Description 

Cost 

Total 

59 

155.76.101 

Municipal  Court,  Hall  of  Justice,  Room  101,  construct  sound 
proof  machine  room 

7.1 

4,763.9 

60 

656.76.101 

Crocker-Amazon  Playground,  construct  recreation  building 

16.5 

4,780.4 

61 

117.74.101 

City  Attorney,  City  Hall,  second  floor,  office  alterations 

430.0 

5,218.4 

62 

141.70.101 

District  Attorney,  Hall  of  Justice,  third  floor,  office  alterations 

34.0 

5,253.2 

63 

179.75.102 

Superior  Court,  Hall  of  Justice,  third  floor,  jury  room 

43.9 

5,297.1 

64 

221.70.101 

Chief  Administrative  Officer,  revolving  fund  for  various  studios 
and  minor  capital  improvement  projects 

100.0 

5,397.1 

65 

131.72.101 

Emergency  Operating  Center,  construction  (plans) 

50.0 

5,447.1 

66 

500.67.113 

Public  Health,  Central  Emergency  and  Harbor  Emergency,  install 
standby  power  facilities  for  emergency  medical  servicos  and  olovator 

50.5 

5,497.6 

67 

500.70.105 

Laguna  Honda,  Improvement  program  to  meet  Life  Safety  Code  and 
licensing  requirements  (plans) 

124.1 

5,621.7 

68 

423.75.106 

Hall  of  Justice,  modify  sanitary  waste  plumbing  system 

174.0 

5,795.7 

69 

311.75.102 

Central  Shops,  gasoline  bulk  storage  facility 

54.0 

5,049.7 

70 

423.74.103 

Public  Works,  various  locations,  boiler  fuel  storage  tanks 

110.5 

5,960.2 

• 
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RECONSTRUCTION  AND  REPLACEMENT  AND  CAPITAL  IMPROVEMENT  PROJECTS 

FOR  1976-77 

Gas  Tax  and  Road  Fund* 

The  CIAC  gave  specific  priority  ratings  to  the  following  49  projects: 


Priority 

P.I.N. 

Project  Description 

Cost 

Cumulative 

Total 

1 

671.75.101 

Various  street  and  highway  projects,  Select  System,  preliminary 
engineering  and  administration  (recurring  budget  item)  (plans) 

20.  Oe 

20.0 

2 

671.75.102 

Various  county  road  projects,  preliminary  engineering  and 
administration  (recurring  budget  itom)  (piano) 

20.0s 

40.0 

3 

671.75.106 

Various  intersections,  traffic  control  devices,  modifications 
and  improvements  ( recur ring  budget  item) 

30.  Og 

70.0 

4 

671.75.107 

Various  intersections  with  safety  problems,  provido  traffic 
signals  and  channelization 

93. 7g 

163.7 

5 

671.75.108 

Transit  preferential  streets  program,  provide  signs,  land  markings, 
overhead  land  signals  or  raised  rights-of-way  (recurring  budget  item) 

100. Og 

263.7 

6 

671.75.109 

Various  locations,  sidewalk  ramps  for  the  handicapped 

100. Og 

363.7 

7 

671.75.110 

Various  locations,  traffic  signals  (recurring  budget  item) 

90.  Og 

453 . 7 

♦Explanation 

of  Symbols 

• 

e - 1.04  cent  fund 


g - gas  tax 


s - road  fund 
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Cumulative 


Priority 

P.I.N. 

Project  Description 

Cost 

Total 

8 

670.76.101 

Various  intersections,  traffic  safety  modifications 

160. Og 

613.7 

9 

671.75.207 

Various  locations,  street  lighting  in  underground  districts 
(recurring  budget  item) 

933. 5g 

1,547.2 

10 

671.75.115 

Upper  Market  St.,  provide  bicycle  lanes,  widen  sidewalks 
and  related  work 

81.6o 

1,628.8 

11 

671.76.101 

St.  Francis  Circle,  surface  channelization 

40. Oo 

1 ,660 .8 

12 

671.76.102 

Various  traffic  signal  systems,  energy  conservation  program, 
provide  for  flashing  operation 

13. 7g 

1,682.5 

13 

670.76.102 

Various  locations,  resurfacing  of  Select  System  streets 
(recurring  budget  item) 

800. 0e 

2,402.5 

14 

671.76.103 

Monterey  Blvd.  at  Circular,  rechannolization 

24.0o 

2,506.5 

15 

670.76.103 

Various  locations,  surface  sealing  of  roadway  pavemontn 
(recurring  budget  item) 

100. Og 

2,606.5 

16 

670.76.104 

Powell  Street  reconstruction,  Sutter  to  Ellis 

169. Og 

2,775.5 

17 

670.75.107 

Taylor  St.,  Columbus  to  Francisco, 

55 .60 

2,831.1 

18 

670.75.105 

Mason  St.,  Sacramento  to  Green,  reconstruction 

239. 5g 

3,070.6 

19 

671.75.129 

Duboce  Ave.,  Church  to  Belcher,  sidewalk  narrowing 

67.0o 

3,137.6 

20 

671.75.122 

3rd  St.,  16th  to  Jamestown,  center  island  signals 

27.2o 

3,164.0 

21 

671.75.123 

Neighborhood  Protected  Residential  Area  Program,  traffic 
control  modifications  (recurring  budget  item) 

100. Og 

3,264.0 

22 

671.75.124 

Various  intersections,  modify  pedestrian  signals 

150. 4g 

3,423.2 
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Cumulative 


Priority 

P.I.N. 

Project  Description 

Cost 

Total 

23 

670.76.105 

Various  locations,  traffic  signals,  replacement 
(recurring  budget  item) 

150. Og 

3,573.2 

24 

671.75.128 

Great  Highway  Scenic  Roadway,  Lincoln  to  Sloat,  construct 
scenic  roadway  and  improve  pedestrian  underpass  (plans) 

270. Oe 

3,843.2 

25 

671.76.105 

Russian  Hill  and  Telegraph  Hill  areas,  install  stairway  handrails 

21. 5g 

3,864.7 

26 

671.76.104 

Various  major  streets,  provide  raised  reflective  pavemont  markers 

400. Og 

4,264.7 

27 

670.75.124 

Greenwich  St.,  Jones  to  Leavenworth,  reconstruction 

45. Og 

4,309.7 

28 

670.75.129 

Sacramento  St.,  Powell  to  Mason,  reconstruction 

84. 4o 

4,394.1 

29 

670.76.106 

Jones  St.,  Pine  to  California,  reconstruction 

70 . 4g 

4,464.5 

30 

671.75.130 

Various  locations,  construct  underground  wired  street  lighting 
facilities  in  street  areas  outside  underground  districts 
(recurring  budget  item) 

30.  Og 

4,494.5 

31 

671.76.106 

Various  locations,  Federal  Aid  Urban  (FAU)  system  streets, 
traffic  sign  conversion 

60. Og 

4,554.5 

32 

671.75.131 

19th  Ave.,  Lincoln  to  Rivera,  sidewalk  trees 

66 . Oo 

4,620.5 

33 

670.75.301 

North  Point  St.,  Columbus  Ave.  to  The  Qnbarcadero , reconstruction 

44. 3g 

4,664.8 

34 

670.75.128 

Grace  and  Washburn  Sts.,  Mission  to  Howard,  reconstruction 

77. 6g 

4,742.4 

35 

670.75.213 

Broderick  St.,  Jackson  to  Pacific,  reconstruction 

57. Og 

4,799.4 

36 

670.75.208 

California  St.,  Hyde  to  Jones,  reconstruction 

172. Oe 

4,971.4 

37 

670.75.134 

Filbert  St.,  Larkin  to  Van  Ness,  reconstruction 

884. g 

5,059.8 

38 

671.75.132 

Upper  Market  St.,  landscape  median  islands 

450. Oo 

5,509.8 

. 
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Cumulative 


Priority 

P.I.N. 

Project  Description 

Cost 

Total 

39 

671.75.134 

Evans  Ave.,  3rd  to  Phelps,  sidewalk  narrowing 

45. 3e 

5,555.1 

40 

671.75.135 

Precita  Ave.,  Mission  to  Coso,  sidewalk  narrowing 

70. 5g 

5,625.6 

41 

670.75.127 

Geary  Blvd. , Gough  to  Presidio,  install  automatic 
irrigation  controls 

44. 6o 

5,670.2 

42 

671.76.107 

Marina  District  traffic  diversion,  traffic  signals  and 
channelization 

100. Oo 

5,770.2 

43 

671.75.140 

Milton  St.,  San  Jose  to  Bosworth,  sidewalk  narrowing 

57. 9g 

5,020.1 

44 

670.75.138 

Park  Presidio  Blvd,  reconstruct  landscaping  irrigation  system 

104.1o 

5,932.2 

45 

671.75.139 

Grand  View  Ave.,  24th  to  Clippor,  sidewalk  narrowing 

104. 8g 

6,037.0 

46 

671.75.141 

19th  Ave.,  Rossmoor  to  Junipero  Scrra,  improvements  (study) 

15. Oe 

6,052.0 

47 

670.75.139 

Stockton  St.  Tunnel,  surface  renovation 

200.0c 

6,252.0 

48 

671.75.143 

Willow  St.,  Van  Ness  to  Polk,  sidev/alk  narrowing 

62. 4g 

6,314.4 

49 

671.75.144 

Cross  Over  Dr.,  Golden  Gate  Park,  undergrounding  (study) 

20. Oo 

6,334.4 

14 


RECONSTRUCTION  AND  REPLACEMENT  AND  CAPITAL  IMPROVEMENT  PROJECTS 

FOR  1976-77 
Revenue 

The  CIAC  gave  specific  priority  ratings,  by  department,  to  the  following  60  projocts: 

Cumulative 

Priority P.I.N. Project  Description cost Total 

RECREATION  AND  PARK  DEPARTMENT  - ZOO 


Reconstruction  and  Replacement 


1 

652.71.101 

Various  locations,  rehabilitation 

50.0 

50.0 

RECREATION  AND  PARK  DEPARTMENT  - CANDLESTICK  PARK 

Reconstruction  and  Replacement 

1 

652.73.101 

Parking  lot  repaving  (recurring  budgot  item) 

10.0 

10.0 

Capital  Improvements 

1 

653.74.101 

Miscellaneous  capital  improvements 

50.0 

50.0 

* * * * 

AIRPORTS  COMMISSION 

Reconstruction  and  Replacement 

1 

726.70.102 

Landing  field,  aprons  and  road  pavement,  reconstruction 
(recurring  budget  item) 

161.0 

161.0 

2 

726.71.101 

Utilities  relocation  and  replacement  (recurring  budget  itom) 

23.0 

104.0 

3 

726.76.101 

Terminal  facilities,  reconstruction  (recurring  budget  item) 

176.0 

360.0 

. * I 
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Priority 


P.I.N. 


Project  Description 


Cost 


Cumulative 

Total 


Capital  Improvements 


1 

727.70.102 

Utility  system,  improvements  (recurring  budget  item) 

55.0 

55.0 

2 

727.70.103 

Landing  field  facilities,  improvements  (recurring  budget  item) 

45.0 

100.0 

3 

727.71.101 

Passenger  terminal  and  administrative  facilities,  improvements 
(recurring  budget  item) 

250.0 

350.0 

4 

727.69.104 

Roads  and  parking  facilities,  improvements  (recurring  budget  item) 

180.0 

530.0 

5 

727.74.102 

Cargo  facilities,  improvements  (recurring  budget  item) 

30.0 

560.0 

6 

727.69.101 

Landing  field,  improvements  (recurring  budget  item) 

100.0 

660.0 

7 

727.69.102 

Drainage  facilities,  improvements  (recurring  budget  item) 

40.0 

700.0 

Capital  Improvements  - Special  Aviation  Fund 

1 

727.70.103 

Landing  field  facilities,  improvements  (recurring  budget  item) 

* * * * 

WATER  DEPARTMENT 

10.0 

10.0 

Reconstruction  and  Replacement 

1 

746.68.101 

Various  locations,  renew  water  services  (recurring  budget  item) 

1,100.0 

1,100.0 

2 

746.68.102 

Various  locations,  relocate  and  realign  water  mains 
(recurring  budget  item) 

200.0 

1,300.0 

3 

746.68.103 

Various  locations,  relocate  and  realign  water  sorvicos 
(recurring  budget  item) 

150.0 

1,450.0 

4 

746.68.104 

Various  locations,  replace  water  mains  (recurring  budget  item) 

450.0 

1,900.0 

• 
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Priority 

P.I.N. 

Project  Description 

Cost 

Cumulative 

Total 

5 

746.68.105 

Various  locations,  reconstruct  and  restore  fences 
(recurring  budget  item) 

30.0 

1,930.0 

6 

746.68.106 

Various  locations,  grade  and  resurface  roads 
(recurring  budget  item) 

10.0 

1,940.0 

7 

746.68.108 

Various  locations,  water  lines,  cement  mortar  lining 
(recurring  budget  item) 

300.0 

2,240.0 

8 

746.68.109 

Various  locations,  reconstruct  drain  and  air  valves 
(recurring  budget  item) 

14.0 

2,254.0 

9 

746.68.110 

Various  locations,  misc.  repair  and  improvements  to 
buildings  (recurring  budget  itom) 

22.0 

2,276.0 

10 

746.75.105 

Calaveras  Dam,  paint  outlet  tower,  and  lino  and  coat 
standpipe  and  outlet  pipe 

110.0 

2,306.0 

11 

746.75.107 

Central  Pump  Station,  misc.  building  repair 

45.0 

2,431.0 

12 

746.75.104 

Crystal  Springs  Fluoridation  Station,  replace  equipment 

75.0 

2,506.0 

13 

746.76.102 

Various  San  Francisco  stations,  rehabilitate  interior  tank  coverings 

15.0 

2,521.0 

Capital  Improvements 

1 

747.68.101 

Various  locations,  water  main  extensions  (recurring  budget  item) 

350.0 

350.0 

2 

747.68.102 

Various  locations,  new  service  pipes  and  meters 
(recurring  budget  item) 

300.0 

650.0 

3 

747.68.103 

Various  locations,  install  gate  valves  (recurring  budget  itom) 

50.0 

700.0 

4 

747.68.104 

Various  locations,  cathodic  protection  for  pipeline  and 
equipment  (recurring  budget  item) 

20.0 

720.0 
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Priority 

P.I.N. 

Project  Description 

Cost 

Cumulative 

Total 

5 

747.68.105 

Various  locations,  survey  property  lines  and  set  monuments 
(recurring  budget  item) 

20.0 

740.0 

6 

747.68.106 

Various  locations,  construct  feeder  mains  (recurring  budget  item) 

300.0 

1,040.0 

7 

747.68.107 

Various  locations,  watershed  lands,  erosion  control 
(recurring  budget  item) 

12.0 

1,052.0 

8 

747.68.108 

Various  locations,  install  drain  and  air  valves 
(recurring  budget  item) 

25.0 

1,077.0 

9 

747.68.109 

Various  locations,  construct  fences  (recurring  budget  item) 

25.0 

1,102.0 

10 

747.68.110 

Various  locations,  motorize  largo  valves  (recurring  budget  item) 

10.0 

1,112.0 

11 

747.74.201 

Central  Puinp  Station,  install  peak  demand  and  emergency  pump 

225.0 

1,337.0 

12 

747.75.103 

Various  locations,  new  metering  equipment 

27.0 

1,364.0 

13 

747.75.105 

Pulgas  Temple,  construct  restroom 

50.0 

1,414.0 

14 

747.76.101 

Central  Pump  Station,  construct  suction  pipo 

35.0 

1,449.0 

15 

747.75.106 

Sunset  Reservoir,  complete  sprinkler  system  for  landscoping 

30.0 

1,479.0 

* * * * 

HETCH  HETCHY  WATER  AND  POWER 

Reconstruction  and  Replacement 

1 

756.76.101 

Moccasin  shop  area,  replace  vehicle  refueling  station 

26.0 

26.0 

2 

756.75.202 

Hetch  Hetchy  Power  System,  replace  carrier  and  supervisory 
control  system 

500.0 

526.0 

18 


Cumulative 


Priority 

P.I.N. 

Project  Description 

Cost 

Total 

3 

756.76.102 

Holm  Powerhouse,  rewind  generator  stator  windings 

600.0 

1,126.0 

4 

756.75.108 

San  Joaquin  Pipeline  No.  3,  repair  interior  lining 

900.0 

2,026.0 

5 

756.76.103 

West  Portal  and  Priest  Reservoir,  resurface  roads 

28.0 

2,054.0 

6 

756.75.204 

Hughes-Leithold  and  Foothill  water  linos,  replace  and 
repair  (recurring  budget  item) 

25.0 

2,079.0 

7 

756.76.104 

Cherry  Valve  House,  Lake  Eleanor  Dam,  replace  fish  release  valves 

6.0 

2,085.0 

8 

756.76.105 

Cherry  Road,  repair  roadway 

72.0 

2,157.0 

9 

756.71.107 

Various  locations,  rel^abilitate  exterior  of  buildings 

45.0 

2,202.0 

10 

756.76.106 

San  Joaquin  Valve  House,  repair  relief  valvo  and  vacuum 
valves  and  gages 

10.0 

2,220.0 

11 

756.76.107 

O' Shaughnessy  Dam,  repair  outside  stairway  and  handrail 

9.0 

2,229.0 

12 

756.76.108 

Moccasin  Administration  Offices,  replace  floor  tile 

4.5 

2,233.5 

13 

756.71.402 

Moccasin  Village,  resurface  roads 

42.5 

2,276.0 

14 

756.71.403 

Moccasin  Village,  various  cottages,  replace  plumbing, 
bathroom  fixtures  and  tile 

24.0 

2,300.0 

15 

756.76.109 

Oakdale  Meter  House,  general  mechanical  repair 

7.0 

2,307.0 

16 

756.69.106 

Municipal  Railway  Transit  System,  Power  Improvement  Program, 
replace  DC  distribution  system 

2,000.0 

4,307.0 

17 

756.74.102 

Trolley  poles,  maintenance  and  replacement  (recurring  budget  item) 

407.0 

4,714.0 

18 

756.75.101 

Trolley  coach  overhead  facilities,  reconstruct  (recurring  budget  item) 

225.0 

4,939.0 

19 

756.75.102 

Overhead  Lines  Section,  1401  Bryant  St.,  reconstruct  office 

6.2 

4,945.2 

. 

» , i . ■.  ' . 

. ' 

• 

. < . 

.... 

» • 

• 

• 
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Cumulative 


Priority 

P.I.N. 

Project  Description 

Cost 

Total 

1 

757.76.101 

Capital  Improvements 

Moccasin  Powerhouse,  improve  radio  communications  reception 

26.0 

26.0 

2 

757.76.102 

San  Joaquin  Valve  House,  install  back  flow  prevention  device 

21.0 

47.0 

3 

757.76.103 

Moccasin  Reservoir,  install  remote  controls  for  outlet  gatos 

12.0 

59.0 

4 

757.76.104 

Priest  Reservoir,  construct  diversion  channel 

87.0 

146.0 

5 

757.76.105 

Kirkwood-Moccasin  generating  systems,  enlargo  power  capacity 

200.0 

346.0 

6 

757.76.106 

San  Joaquin  pipelines,  Oakdale  Portal,  sand  and  gravel  trap 

75.0 

421.0 

7 

757.76.107 

Moccasin  Powerhouse,  control  area,  acoustical  floor  covering 

4.0 

425.0 

* * * * 


Recapitulation : 

Recreation  and  Park  Department  - Zoo 

Reconstruction  and  Replacement 

Recreation  and  Park  Department  - Candlestick  Park 

Reconstruction  and  Replacement 
Capital  Improvements 

Total 

Airports  Commission 

Reconstruction  and  Replacement 
Capital  Improvements 

Total 

Water  Department 

Reconstruction  and  Replacement 
Capital  Improvements 

Total 

Hetch  Hetchy  Water  and  Power 

Reconstruction  and  Replacement 
Capital  Improvements 

Total 


Grand  Total 


20 


$ 50.0 


$ 10.0 

50.0 

60.0 


360.0 

710.0 

1,070.0 


2.521.0 

1.479.0 

4,000.0 


4,945.2 

425.0 


5,370.2 


S 10,550.2 
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Priority 

63 

1 

1 

2 

3 

4 


RECONSTRUCTION  AND  REPLACEMENT  AND  CAPITAL  IMPROVEMENT  PROJECTS 

FOR  1976-77 
Other  Sources 


The  following  projects  or  portions  thereof  represent  significant  anticipated  expondituros  for 
1976-77  which  are  to  be  funded  in  whole  or  in  part  from  sources  other  than  ad  valorem  or  sales 
taxes,  gas  taxes  or  road  funds,  revenues  or  approved  bond  funds.  The  CIAC  gavo  specific  pri- 
ority ratings  to  the  following  10  projects. 


P.I.N. 


179.75.102 


Project  Description 

Superior  Court 

Hall  of  Justice,  third  floor,  jury  room  (stato  and  federal  grant) 


213.76.101 

654.76.101 

654.76.102 

654.76.103 

654.76.104 


Academy  of  Sciences 

Junior  Academy  (Student  Soction) , modernize  and  provide  additional  classroom  and 
laboratory  space 

Recreation  and  Park 


Various  locations,  development  of  new  facilities  (Opon  Spaco  Acquisition  and 
Park  Renovation  Fund) 

High  need  neighborhoods,  land  acquisition  (Open  Spaco  Acquisition  and  Park 
Renovation  Fund) 

Various  locations,  land  acquisition  (Open  Spaco  Acquisition  and  Park  Renovation  Fund) 
Various  locations,  renovations  (Open  Spaco  Acquisition  and  Park  Renovation  Fund) 


Cost 


107.7 

(43.9) 

(63.8o) 

250. 00 

300. 00 

1 ,000.0o 
933.7o 

610. 00 


• • 


• ' • 

' • 
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Priority 


11 


14 


1 


16 


P.I.N. 


Project  Description 

Public  Works 


Cost 


671.76.101  St.  Francis  Circle,  surface  channelization  (federal  grant  funds) 


671.76.103  Monterey  Blvd.  at  Circular,  rechannelization  (state  grant  funds) 


Municipal  Railway 

736.69.102  Replacement  of  transit  operating  equipment,  debt  service  (MTC  Grant  Funds) 

Hetch  Hetchy  Water  and  Power 

756.69.106  Municipal  Railway  Transit  System,  Power  Improvement  Program,  replace  DC 

distribution  system  (federal  Urban  Mass  Transit  Act) 

* * * * 


200.0 
(40. Oe) 
(160. Oo) 

48.0 
(24. Oe) 
(24.0o) 


4,125.80 


10,000.0 
(2, 000. Or) 
(8 ,000 . Oo) 


Recapitulation : 


Superior  Court 

$ 63.8 

Academy  of  Sciences 

250.0 

Recreation  and  Park 

2,843.7 

Public  Works 

184.0 

Municipal  Railv/ay 

4,125.8 

Hetch  Hetchy  Water  and  Power 

8,000.0 

Total  Other  Sources 


$ 15,467.3 


■ • I 


t > . 
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APPENDIX  I 
Miscellaneous  Minor 


Reconstruction  and  Replacement  Project  Detail 

All  projects  requested  by  the  various  departments,  under  the  building 
maintenance  program  of  the  Department  of  Public  Works,  Bureau  of 
Building  Repair,  have  been  classified  into  four  priority  groupings: 
Priority  1,  Health  and  Safety:  Priority  2,  Preservation  of  Property 
Values;  Priority  3,  Increase  in  Efficiency;  and,  Priority  4,  Appearance 
and  Modernization.  The  Committee  has  recommended  Priority  1 and 
Priority  2 projects  only.  The  balance  of  any  departmental  request  has 
been  recommended  for  deferral. 


Department/Description  Requested 

Controller's  Office 


DEFERRED:  Priority  3 

124.75.102  City  Hall,  Assistant  Controller's  and  Secretary's  offices,  roplaco  lighting 


Fire  Department 


145.75.101  Various  stations,  misc.  reconstruction  and  replacement 


RECOMMENDED:  Priority  1 


$ 1,000 

Eng.  Co. 

05 

1,000 

Eng.  Co. 

00 

800 

Eng.  Co. 

021 

800 

Eng.  Co. 

022 

500 

Eng.  Co. 

022 

500 

Eng.  Co. 

025 

1,500 

Headquarters 

1,000 

Pipeyard 

: 

Install  heating  unit  in  Dormitory. 

Install  heating  unit  in  Dormitory. 

Install  safety  astragals  on  two  App.  Room  doors. 

Install  safety  astragals  on  two  App.  Room  doors. 

Relocate  firehose  dryer. 

Install  security  screens  on  1st  Floor  windows. 

Provide  ventilating  system  for  4th  Floor  Stationary  Room. 
Improve  ventialtion  in  Shop  Area. 


$ 0.8 


10.4 


Recommended 


$ 


10.1 
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Department/Description 

§3,000  Pump  Sta.  ttl:  Replace  driveway  door  with  an  overhead  rolling  door. 
Total  Recommended:  § 10,100 
DEFERRED:  Priority  3 

$ 300  Headquarters:  Replace  doors  in  Locker  Room. 

Total  Deferred:  $ 300 


Police  Department 

161.75.105  Various  locations,  misc.  reconstruction  and  replacement 


RECOMMENDED:  Priority  1 

$ 7,500  Reconstruction  and  replacement  of  electrical  systems  at  various  Police  Stations 
to  comply  with  OSHA  requirements  (change  outlets  to  groundod  type,  etc.). 

1,200  Minor  reconstruction  and  replacement  at  the  following  locations: 


Mission  Station:  Provide  ventilation  to  Lieut's.  Offico  (§500)  and  electric 

lock  for  front  door  (§300) . 

Stables  (G.G.  Park):  Replace  horse  feeding  boxes  (§400). 

5,700  Minor  reconstruction  and  replacement  at  the  Hall  of  Justico  as  follows: 


Rooms  575-577:  Police  Gym  - relocate  light  fixtures  to  coiling  (§1200). 
City  Prison:  Replace  aluminum  toilet  fixtures  (§3500)  and  provido  hood 
over  range  in  Officers'  Mess  (§1000). 


Requested 


§ 14.4 


Total  Recommended:  §14,400 
Social  Services 

RECOMMENDED:  Priority  1 


Recommended 


§ 14.4 


169.76.101  1680  Mission  St.,  reactivate  fire  hose  reel  lines 


2.7 


2.7 


— 
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Department /Description 


Sheriff  - County  Jails 

173.75.102  Various  jails,  misc.  reconstruction  and  replacement 


RECOMMENDED:  Priority  1 


$ 3,600  Jail  #4: 

700  Sewage  Plant : 
800  Sewage  Plant: 

600  Jail  #1: 


Provide  safety  screens  for  48  Cell  windows. 

Provide  exterior  safety  lighting. 

Reconstruct  Viet  Well  to  provido  automatic  flow  to  Imhoff  tank 
in  case  of  effluent  pump  failure. 

Provide  key  locker  for  Post  #9. 


RECOMMENDED : Priority  2 

$ 2,500  Jail  #2:  Replace  f lushometers , stop  valves,  and  vacuum  breakers  on  Coll  toiloto. 

Total  Recommended:  $8,200 


DEFERRED: 

Priority 

$ 

1,300 

Jail  #2: 

1,800 

Jail  02: 

DEFERRED: 

Priority 

$ 

700 

Jail  1)3: 

3 


4 


Replace  lighting  in  Fumigator  Room  ($300)  and  Tailor  Shop  ($1000) . 
Improve  ventilation  in  Chapel. 


Replace  mirrors  in  all  Cells. 


Total  Deferred  $3,800 


Superior  Court 

DEFERRED:  Priority  3 

179.75.104  Various  rooms,  replace  lighting 

Replace  lighting  in  Room  401  ($300),  Room  421  ($250),  Room  458  ($400), 
and  Room  480  ($250) . 


Requested 


$ 12.0 


1.2 


Recommended 


$ 8.2 


r m - 
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Department/Description  Regucstod 

Treasurer's  Office 

DEFERRED:  Priority  3 

183.75.101  Room  110,  cashier  windows,  main  vault,  inheritance  tax  vault  and  offico  area, 

replace  lighting  $ 5.0 

Juvenile  Court  - Youth  Guidance  Center 

186.75.103  Youth  Guidance  Center,  misc.  reconstruction  and  replacement  8.9 

RECOMMENDED : Priority  1 

$ 3,000  Service  Building:  Replace  lighting  in  Kitchen  Pantry,  Butcher  Shop,  Bake  Shop, 

and  Storeroom. 

900  Cottage  G-2:  Replace  security  screens  on  windows  of  12  Bodrooms. 

Total  Recommended:  $ 3,900 
DEFERRED:  Priority  3 

$ 5,000  Adm.  Building:  Replace  lighting  in  Misc.  rooms  throughout  Building. 

Total  Deferred:  $ 5,000 
Real  Estate  Department 

245.75.102  Civic  Auditorium  - Brooks  Hall,  misc.  reconstruction  and  replacement  10.4 

RECOMMENDED:  Priority  1 

§ 900  Auditorium:  Provide  safety  lighting  and  electrical  outlets  in  Mochanical  Rooms. 

RECOMMENDED:  Priority  2 


Rocommendod 


$ 


3.9 


10.4 


$ 5,000  Brooks  Hall:  Replace  water  piping  to  fixtures  within  Mens'  and  Womens'  Restrooms. 


r • 
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Department /Descript ion 

$ 4,500  Brooks  Hall:  Replace  hot  and  cold  water  supply  and  return  piping  from  Mechanical 

Rooms  to  Mens'  and  Women's  Restrooms. 

Total  Recommended:  $10,400 

Registrar  of  Voters 

DEFERRED:  Priority  3 

255.75.102  City  Hall  (Registrar),  replace  lighting 

Replace  lighting  in  the  north  lobby  area  of  the  City  Hall  occupied  by  the 
Registrar  of  Voters 

Department  of  Public  Works  - General  Office 

423.70.101  Various  locations,  misc.  reconstruction  and  replacement 
RECOMMENDED:  Priority  1 

450  McAllister  Street 

$2,000  Room  103:  Central  Permit  Bureau:  Provide  ventilating  system  in  skylight  to 

exhaust  air  from  room. 

1,500  Room  103:  Plumbing  Section:  Reconstruct  ventilating  system  so  that  syntom 

exhausts  air  from  room  rather  than  supplying  it. 

Hall  of  Justice 


Requested 


$ 3.0 


27.4 


1,500  Lighting  System:  Install  remote  operated  safety  disconnect  switch  for  heliport 

lighting  system. 


City  Hall 


Recommended 


$ 


27.4 


2,000  Electrical  Systems:  Change  electric  outlets  to  grounded  typo  throughout  Building. 


• r 

| ' jjfi  | 

Department /Description 


Requested 


Recommended 


City  Hall  Annexes 

1,500  240  Van  Ness  Ave.:  E.D.P.  Section:  Provide  additional  electrical  outlets  as 

required  within  the  Building. 

RECOMMENDED:  Priority  2 

City  Hall 

$ 4,500  Mens'  Toilet  Room:  Replace  water  lines  to  Mens'  Toilet  Room  in  Basement. 
3,000  Womens'  Toilet  Room:  Replace  v/ater  lines  to  Womens'  Toilet  Room  in  Ba3oment. 


Hall  of  Justice 


2,500 

Vent. 

Systems : 

1,500 

V/ater  System: 

2,500 

V/ater 

System: 

4,900 

V/ater 

System: 

Reconstruction  of  control  systom  for  building  ventilating  systems. 
Install  remote  power  operated  valves  on  cold  water  supply  linos  to 
City  Prison  and  County  Jails. 

Replace  packaged  chiller  unit  for  building  chillod  water  systom 
(existing  unit  beyond  economical  repair) . 

Replace  hot  and  cold  soft  v/ater  piping  from  boiler  room  to  roof. 


Total  Recommended:  $ 27,400 


Public  Health  - 101  Grove  Street  - Health  Center  No.  1 


500.75.127  Misc.  reconstruction  and  replacement 
RECOMMENDED : Priority  1 

$ 2,000  101  Grove  Street:  Replace  electric  outlets  with  grounded  typo  throughout  Building. 
200  Health  Center  #1:  Treatment  Room:  Replace  lighting. 

RECOMMENDED : Priority  2 

$ 4,000  101  Grove  Street:  Replace  cold  water  Riser  No.  17. 


$ 7.5 


$ 6.2 


Total  Recommended:  $6,200 


..  - J 
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Department /Descript ion 


Requested 


29 

Recommended 


DEFERRED:  Priority  3 

$ 800  101  Grove  Street:  Replace  lighting  in  Room  323  ($300)  and  Rooms  415  and  417  ($500). 
500  101  Grove  Street:  Room  217:  Provide  additional  electrical  outlets. 

Total  Deferred:  $1,300 


Public  Health  - Emergency  Aid  Stations 

500.75.128  Various  emergency  aid  stations,  misc.  reconstruction  and  replacement 
RECOMMENDED:  Priority  1 

$ 700  Alemany  Emergency:  Install  lamps  over  beds  in  Mons'aand  Womens'  Wards. 

1,000  Central  Emergency:  Install  lamps  over  beds  in  Mens'  and  Womens'  Wards. 

700  Park  Emergency:  Install  lamps  over  beds  in  Mens'  and  Womens'  Wards. 

RECOMMENDED:  Priority  2 

$ 800  Central  Emergency:  Replace  sinks  in  both  Treatment  Rooms. 

Total  Recommended:  $ 3,200 
Public  Health  - San  Francisco  General  Hospital 

500.75.125  Misc.  reconstruction  and  replacement 


RECOMMENDED:  Priority  1 


$ 700  Mission  Emergency:  Reconstruct  rain  water  gutters  and  loador  at  Front  Entranco. 

1,500  Servico  Building:  Reconstruct  ventilating  system  inlet  structure  to  eliminate  short- 

circuiting  of  exhaust  air  back  into  inlet  ductwork. 

RECOMMENDED:  Prio  ity  2 


$ 3.2 


7.7 


$ 3.2 


7.7 


$ 4,000  Basement  Tunnels: 


Replace  expansion  joints  on  6team  and  condensate  roturn  linos. 


• . 


Department /Description 


Requested 


29 

Recommended 


DEFERRED:  Priority  3 

$ 800  101  Grove  Street:  Replace  lighting  in  Room  323  ($300)  and  Rooms  415  and  417  ($500). 
500  101  Grove  Street:  Room  217:  Provide  additional  olectrical  outlets. 

Total  Deferred:  $1,300 


Public  Health  - Emergency  Aid  Stations 

500.75.128  Various  emergency  aid  stations,  misc.  reconstruction  and  replacement 
RECOMMENDED : Priority  1 

$ 700  Alemany  Emergency:  Install  lamps  over  beds  in  Mens' aand  Womens'  Wards. 

1,000  Central  Emergency:  Install  lamps  over  beds  in  Mens'  and  Womens'  Wards. 

700  Park  Emergency:  Install  lamps  over  beds  in  Mens'  and  Womens'  Wards. 

RECOMMENDED:  Priority  2 

$ 800  Central  Emergency:  Replace  sinks  in  both  Treatment  Rooms. 

Total  Recommended:  $ 3,200 


Public  Health  - San  Francisco  General  Hospital 

500.75.125  Misc.  reconstruction  and  replacement 
RECOMMENDED : Priority  1 

$ 700  Mission  Emergency:  Reconstruct  rain  water  guttors  and  loador  at  Front  Entranco. 

1,500  Service  Building:  Reconstruct  ventilating  system  inlet  structure  to  eliminate  short- 

circuiting  of  exhaust  air  back  into  inlet  ductwork. 

RECOMMENDED:  Prio  ity  2 


$ 3.2 


7.7 


$ 3.2 


7.7 


$ 4,000  Basement  Tunnels: 


Replace  expansion  joints  on  steam  and  condensato  return  lines. 


1 3&i  - 
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Department /Descript ion  Requested 

$ 1,500  Cooling  Towers:  Reconstruct  drainage  around  Towers  to  eliminate  damago  to 

foundations  due  to  rainwater  erosion  of  site. 


Total  Recommended:  § 7,700 


Public  Library 

631.75.108  Various  locations,  misc.  reconstruction  and  replacement 
RECOMMENDED:  Priority  2 


$ 3,500  Main  Library:  Replace  two  sewage  system  sump  pumps  in  Basemont  Engine  Room 


Total  Recommended:  $ 3,500 


DEFERRED:  Priority  3 


$ 450 

7,000 


Presidio  Branch: 
Main  Library: 


3,750  Main  Library: 
500  Main  Library: 


Replace  lighting  in  Friends  of  tho  Library  area  in  Basement. 
Replace  lighting  in  following  areas:  Registration  Charging 
Desk  ($1200),  Main  Floor  Lobby  ($400),  Grand  Stairway  ($2200), 
Newspaper  Dopt.  ($1200),  BARC  Offices  ($1500),  and  Southwoot 
Stairwell  ($500). 

Provide  additional  olectrical  outlets  throughout  Building 
for  use  by  Office  and  Janitorial  Staff  members. 

Provide  time  clock  operation  of  exterior  lighting  systems. 


Total  Deferred:  $ 11,700 


$ 15.2 


Recommended 


$ 3.5 


TOTAL  RECOMME N DE D MISC.  MINOR  RECONSTRUCTION  AND  REPLACEMENT 


$ 129.0 


97.7 


J 
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APPENDIX  II 
Miscellaneous  Minor 


Capital  Improvement  Project  Detail 


Priority 

Department/Description 

Cost 

1 

500.75.131  Public  Health,  S.F.  General,  Service 
Building,  emergency  lighting 

$ 4.0 

2 

186.75.106  Juvenile  Court,  Youth  Guidance  Center, 

Cottage  W-3,  exterior  lighting 

2.0 

3 

173.76.104  Sheriff,  County  Jail  No.  4,  exterior 

lighting  for  grounds 

4.0 

4 

173.76.104  Sheriff,  County  Jail  No.  2,  Fumigator 

Room,  gas  leak  detector 

4.0 

5 

500.75.130  Public  Health,  Laguna  Honda,  Water 

Heater  Room,  safety  walkways 

2.5 

6 

500.76.110  Public  Health,  Park  Emergency,  misc. 
security  measures  (Admitting  area,  provide 
separate  area  for  nursing  staff;  garage  and 
ambulance  entrance  doors,  modifications;  and, 
ambulance  entrance  doors,  provide  exterior 

door  light/buzzer  system) 

4.6 

7 

500.76.112  Public  Health,  various  health  centers, 

miscellaneous  improvements 

4.9 

Priority  Dopartment/Doscription  Cost 

Health  Center  No.  1 

$ 1,500  Parking  areas:  Provide  security  lighting 
for  oxtorior  parking  areas  on  oast  and 
west  sides  of  building. 

900  Waiting  room:  Provido  drinking  fountain 
on  main  floor  for  use  by  public  (Building 
Code  Section  605.B). 

1,200  Stairways:  Convert  unused  spaco  undor 

stairways  into  supply  closoto. 

$ 3,600 

Health  Center  No.  2 

§ 650  Stairways:  Provido  second  handrail  on 

both  stairways  (Building  Codo  Section 
3305.1) . 

600  Mine,  areas:  Provido  shelving  in 
various  areas. 


$ 1,250 
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Priority 


Department/Description 


Cost 


8 186.75.106  Juvenile  Court,  Youth  Guidance  Center, 

Cottage  B-5,  window  screens 

9 500.76.109  Public  Health,  S.F.  General,  misc. 

safety  and  security  improvements 

$ 3,500  Basement  tunnels:  Provide  safety  guards 
around  steam  line  reducing  stations  and 
steam  trap  assemplies  and  Hays  transmitters, 

1,200  Building  3:  Provide  security  screens  for 
exteriors  of  1st  floor  windows 

800  Building  9:  Provide  security  fencing  with 
gates  on  exterior  grounds. 

1,500  Power  plant:  Provide  safety  hood  over 
welding  table  in  Maintenance  Shop  to 
exhaust  welding  fumes. 

1,200  Service  building:  Provide  security 
fencing  on  San  Bruno  Avenue  between 
Service  Building  and  existing  fencing 
on  north  property  line. 


5.0 


8.2 


$ 0,200 


10  111.75.101  Adult  Probation,  Work  Furlough  Center, 

men's  toilet  room,  improvements 

11  145.75.105  Fire  Department,  various  facilities, 

misc.  improvements 


2.4 


8.4 
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Priority  Departmont/Description  Cost 

$ 1,400  Engine  Co.  17:  Provide  security  door  at 
bottom  of  main  stairway. 

1.000  Engino  Co.  17:  Provide  salvago  cover 
drying  facility. 

3.000  Engino  Co.  19:  Provido  security  doora 
at  bottom  of  two  stairways. 

2.000  Engino  Co.  27:  Provido  salvago  cover 
drying  facility. 

1.000  Pump  station  1:  Provido  safoty  access 
stairway  from  lot  floor  level  to  roof 

of  pump  oquipmont  room. 

$ 8,400 


12 

245.75.103  Real  Estate  --Civic  Auditorium,  stago 
lighting  feodor  cables 

4.9 

13 

173.76.104  Sheriff,  County  Jail  No.  2,  provido 
additional  telephones 

4.5 

14 

145.75.105  Fire  Dopartmont,  various  firehouses, 
provido  boating  systems  for  hosaracks 

5.0 

15 

161.76.104  Police  Dopartmont,  Hall  of  Justico, 
electrical  improvements 

5.2 

$ 1,900  Eloctrical  alarms:  Install  oloctrical 
alarms  and  connect  with  Communications 

Offico  in  Rooms  G-21  ($400),  139  ($500), 
and  577  ($600);  provido  alarm  for  ontranco 
door  to  Photo  Lab.,  Room  433  ($400). 

Priority 


Department /Description 


Cost 


500  Electrical  Call  Bells:  Install  electrical 
call  bells  at  Business  Counters  of  Rooms 
150  ($200)  and  433  ($300) . 

600  Electric  lights:  Install  additional 
light  fixtures  in  Room  G-5. 

1,200  Electrical  outlets:  Install  electrical 

outlets  in  Rooms  G-21  ($200),  139  ($200), 

400  ($200),  435  ($400),  and  575  ($200). 

1,000  Telephone  outlets:  Install  telephone  out- 
lets  in  Rooms  411  ($600)  and  553  ($400). 

$ 5,200 

16  165.76.101  Public  Defender,  Hall  of  Justice,  provide 

additional  office  space  in  former  building  exit 
corridor  5.0 

$ 1,100  Provide  counter,  door  and  partition 

800  Improve  lighting 

600  Install  telephone  jacks  and  electrical 
outlets 

2 , 500  Provide  heating  and  ventilation 
$ 5,000 

17  165.76.101  Public  Defender,  Hall  of  Justice,  Rooms 

203,  205,  and  208,  provide  electrical  outlets 
and  telephone  jacks 


1.1 
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Priority  Department /Description  Cost 

18  311.76.102  Purchaser,  various  locations,  misc. 

improvements  3.2 

Central  Shops 

$ 2,000  Building  A,  Pattorn  Shop,  improve 
lighting 

2323  Army  Street 

$ 1,200  Streot  Sweeper  Sorvico  Area  (Carport 
No.  1),  provide  heating  systom  on 
intorior  of  sorvico  area  ($1,000)  and 
floodlight  on  oxtorior  of  building  ($200) 


$ 3,200 


TOTAL  RECOMMENDED  MISC.  MINOR  CAPITAL  IMPROVEMENTS 


$ 78.9 


*-M5*e=a 


•2, 


